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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.    MASS.    R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224 

The  basic  objective  of  the  South  End  Plan  is  to  provide  a  stable  residential  and  industrial- 
commercial  community.    A  major  contributing  factor  for  attaining  this  objective  is  the  improve- 
ment of  public  facilities  to  provide  an  attractive,  healthful,  safe  and  efficient  environment  for 
residents  of  the  community  in  future  years. 

Project  improvements  that  are  necessary  to  accomplish  these  objectives  include  the 
installation  and  construction  of  new  facilities,  and  the  reconstruction  and  repair  of;  (1),  old 
deteriorated  and  Inadequate  sewerage  and  storm  drainage  systems;  (2),   inadequate  and  obso- 
lescent water  distribution  facilities;  (3),  deteriorated  and  inefficient  streets  and  sidewalks; 
(4),   inadequate  parks,  playgrounds  and  open  spaces;  (5),  obsolescent  street  lighting  facilities; 
(6),   inefficient,   inadequate  and  obsolete  traffic  control  systems,  and  other  related  facilities. 

This  report  is  based  upon  preliminary  engineering  studies  for  project  improvements. 
Several  reports  and  plans  that  were  prepared  previously  have  served  as  a  basis  for  evaluation 
and  analysis  for  improvement  of  the  public  facilities.    These  previous  reports  prepared  for  the 
Boston  Redevelopment  Authority  serve  as  appendices  to  this  report: 

1  .      "Report  on  Preliminary  Studies  of  Existing  Utility  Systems,  "  April,    1964; 
by  Charles  A,  Maguire  and  Associates,  Engineers. 
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2.  "Report  on  Water  and  Sewer  Systems  Inspection  and  Flow  Measurements  -  South 
End  Project/'  April,   1964; 

by  Charles  A.  Maguire  &  Associates,  Engineers. 

3.  "Street  Condition  Survey  and  Inventory  of  Streets  and  Utilities  -  South  End  Urban 
Renewal  Area,"  October,   1963; 

by  Charles  A.  Maguire  &  Associates,  Engineers. 

4.  "Investigation  of  Subsoil  and  Foundation  Conditions  -  South  End  Urban  Renewal 
Area,"  December,   1963; 

by  The  Thompson  and  Lichtner  Company,   Inc.,  Engineers. 

Unit  costs  provided  in  this  report  are  based  upon  comparable  work  done  recently  in  the 
area.  In  each  of  the  estimates  21%  has  been  allowed  for  contingencies,  unit  cost  increases, 
and  engineering .   * 

The  rising  construction  cost  index,  coupled  with  the  preliminary  state  of  the  engineering 
studies  make  it  difficult  to  assess  costs  within  a  more  accurate  range.     The  costs  are  considered 
to  be  a  reasonable  average  based  upon  engineering  judgment  and  experience.    Certain  of 
these  project  improvements  are  to  be  provided  as  non  cash  local  grants-in  aid. 


'Estimates  contained  in  R-226  differ  from  figures  contained  herein  based  on  the  use  of  a  10% 
contingency  allowance,   recognizing  that  unit  cost  increases  cannot  be  accuractly  predicted. 
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SUMMARY  OF  PROJECT  IMPROVEMENT  COSTS 
(Excluding  Castle  Square  Projecl-) 

Budget  Summary 

Code  No.                                    Description  Total  Cost 

R224  -  (1)  Demolition  &  Site  Clearance 

(includes  Castle  Square  Project)  $    2,179,700 

R224  -  (2)                         Streets  4,329,200 

South  End  By-Pass  System  2,422,000 

R224  -  (3)                          Parks  &  Playgrounds  2,018,000 

R224  -  (4)                          Street  &  Park  Lighting  880,000 

R224  -  (5)                         High  &  Low  Service  Water  901,900 

R224  -  (6)  Surface  Drainage,  Sanitary  Sewerage  and 

Union  Park  Street  Pumping  Station  improvements  4,760,100 

R224  -  (7-8)                     Police  Signal  &  Fire  Alarm  Systems  71 ,000 

R224  -  (9)                         MBTA  Facilities  350,000 

R224  -  (10)                        Traffic  Control  System  292,000 

R224  -  (11)                        Street,  Traffic  &  Directional  Signs  105,000 


Castle  Square  Early  Land  Acquisition  Area; 

Site  Improvements:  $  492,000 


CONSTRUCTION  STAGING 

The  following  schedule  for  construction  staging  was  developed  as  part  of  the  overall 
renewal  and  rehabilitation  program  for  the  South  End.     The  schedule  consists  of  five  (5) 
stages  and  shows  the  order  of  staging  for  individual  developments. 
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The  streets  and  utilities  therein,  although  integrated  with  the  off  street  facilities  each 
being  interdependent  upon  the  other,  will  not  necessarily  follow  the  same  schedule  by  area  for 
obvious  reasons.    In  fact,  an  effective  detailed  schedule  of  street  and  utility  construction  can 
not  be  developed  at  such  an  early  date.    However,  a  general  staging  program  for  project  im- 
provements was  developed  to  serve  as  a  basis  of  priorities  for  construction  of  each  of  the 
several  project  improvements  as  discussed  in  the  section  relating  to  each  category  of  improve- 
mento 

Each  stage  of  project  execution  will  include  abandonment  of  and  improvements  to  various 
streets  and  the  necessary  changes  to  the  drainage,  sewerage,  and  water  systems,  police  and 
fire  alarms,  traffic  control  systems,  street  and  park  lighting,  as  well  as  park  and  playground 
constructiono    The  proposed  project  development  staging  plan  follows: 
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STAGE     I 
STAGE    2 


66-67 


67-68 


STAGE  3 
STAGE  4 
STAGE    5 


68-70 
69-71 
70-72 


PRELIMINARY    STAGING  PLAN 


REQUIRED  EASEMENTS 

Certain  public  and  private  utility  easements  will  be  necessary  to  maintain  existing  and  proposed 
utilities  serving  the  South  End  Project  Area.     All  easements  must  be  of  sufficient  width  to  allow  main- 
tenance and  repair  of  utilities  without  hindrance.     These  easements  are  indicated  on  Exhibits  SE   10-1 
through  SE  10-8.     (See  5  of  5  for  specific  locations.,) 
Sewer  and  Storm  Drain  Easements 

1 .  Camden  Street  (to  be  abandoned)  from  Washington  Street  westward  about  270  feet  to  the 
new  street.  This  easement  is  required  to  maintain  the  Boston  Main  Interceptor  as  well  as 
existing  20  inch  and  24  inch  gas  mains.  Relocation  of  the  interceptor  is  impractical  due 
to  its  depth. 

la.       Camden  Street  (to  be  abandoned)  from  Columbus  Avenue  to  the  South  End  By-Pass.     This 

easement  is  required  to  maintain  the  Boston  Main  Interceptor  under  existing  Camden  Street. 
A  public  right  of  way  will  also  be  provided  for  pedestrian  access  to  the  existing  pedestrian 
overpass  that  will  be  retained  and  extended  upon  construction  of  the  South  End  By-Pass. 

2.  Located  between  Albany  Street  and  the  proposed  Roxbury  Canal  Conduit  opposite  East 
Concord  Street,   this  easement  is  necessary  to  maintain  the  outlet  for  the  Concord  Street 
sewer  and  may  be  abandoned  upon  completion  of  portions  of  the  storm  and  sanitary 
system,  as  indicated  in  R-224  (6),  page  5  of  7„ 

3.  Located  between  Albany  Street  and  the  proposed  Roxbury  Canal  Conduit  opposite  Dedham 
Street,   this  easement  is  necessary  to  maintain  the  outlet  for  the  Dedham  Street  sewer  and 
may  be  abandoned  upon  completion  of  portions  of  the  storm  and  sanitary  systems,  as 
indicated  in  R-224  (6),  page  5  of  7,, 

4.  Located  In  Concord  Place  (to  be  abandoned)  and  extending  from  Worcester  Street  to  a 
point  100  feet  northerly,   this  easement  is  required  to  maintain  the  existing  sewer  in 
Concord  Place  which  carries  storm  flows  of  the  area  bounded  by  Tremont  Street, 
Northampton  Street,   Columbus  Avenue  and  Worcester  Street. 
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5.  Located  in  a  private  way  (to  be  abandoned)  100  feet  west  of  Tremont  Street  and 
extending  from  Worcester  Street  to  a  point  120  feet  southerly.  The  reasons  and 
purpose  of  this  easement  are  the  same  as  for  Easement  No.  4. 

6.  Cabot  Street  (to  be  abandoned)  from  Tremont  Street  southerly  to  the  limit  of  the 
project.     This  easement  is  necessary  to  maintain  the  Stony  Brook  Interceptor.     Re- 
location of  the  interceptor  is  impractical  due  to  its  cost  of  relocation. 

7.  Union  Park  Street  (to  be  abandoned)  from  Washington  Street  to  Albany  Street  and 
extending  beyond  to  the  Fitzgerald  Expressway,    This  easement  Is  necessary  to 
maintain  the  existing  High  and  Low  Level  Union  Park  Street  sewerso 

8.  West  Dedham  Street  (to  be  abandoned)  from  Washington  Street  to  Shawmut  Avenue. 
This  casement  is  necessary  to  maintain  the  Dedham  Street  trunk  service  which  now 
outlets  to  the  South  Bay  and  will  be  connected  to  the  new  Union  Park  Street  Pump- 
ing Station.    A  right  of  way  the  width  of  existing  Dedham  Street  is  to  be  maintained 
for  the  reconstruction  of  the  street  if  warranted  by  future  traffic  patterns.    This 
right  of  way  extends  from  existing  Dedham  Street  at  Shawmut  Avenue  80  feet  east- 
ward and  then  curves  to  connect  with  Monsignor  Reynolds  Way  at  Washington  Street. 

9.  Columbus  Avenue  (to  be  abandoned)  from  Walpole  Street  to  Weston  Street.  This 
easement  is  required  to  maintain  the  Boston  Main  Drainage  Rel ief  Sewer  which  is 
30  feet  below  the  existing  street  level . 

10.  An  easement  from  Tremont  Street  to  Columbus  Avenue  about  300  feet  north  of  Daven- 
port Street,  this  easement  is  required  to  maintain  the  Boston  Main  Drainage  Relief 
Sewer  which  is  30  feet  below  existing  grade. 
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11.  Clarendon  Street  (to  be  abandoned)  between  Warren  Avenue  and  Tremont  Streets 
this  easement  Is  necessary  for  maintaining  the  existing  sanitary  sewer  as  part  of  the 
new  storm  drain  system  and  providing  a  direct  storm  sewer  connection  to  the  Union 
Park  High  Level  System.    A  right  of  way  for  the  full  width  of  Clarendon  Street  is 
to  be  maintained  for  the  reconstruction  of  the  street  if  warranted  by  future  traffic 
patterns. 

12.  Montgomery  Street  from  Union  Park  to  Clarendon  Street,  this  easement  is  required 
for  the  Clarendon  Street  storm  drain  connection  to  the  Union  Park  High  Level  Sewer, 

13.  Located  in  a  private  way  between  Harrison  Avenue  and  Albany  Street  80  feet 
south  of  and  parallel  to  Thayer  Street,  this  easement  is  necessary  to  maintain  the 
existing  sewer  and  water  service  for  buildings  fronting  on  Thayer  Street. 

14.  Located  in  Randolph  Street  (to  be  abandoned)  extending  from  Harrison  Avenue  to 
the  new  street,  the  easement  is  necessary  to  utilize  the  existing  storm  and  sanitary 
sewers  in  Randolph  Street  providing  service  for  the  area  without  extensive  reloca- 
tion costs. 

15.  Warren  Avenue  from  Pembroke  Street  to  West  Newton  Street,  this  easement  Is 

necessary  to  maintain  an  existing  sewer. 

16.  Northfield  Street  (to  be  abandoned)  for  about  120  feet  eastward  from  Tremont 
Street,  and  thence  northward  to  Camden  Street,  this  easement  is  necessary  to 
maintain  existing  sewer  service  from  buildings  fronting  on  Camden  Street. 

17.  Between  Camden  Street  and  Northampton  Street  about  120  feet  west  of  Shawmut 
Avenue,  this  easement  is  necessary  for  a  proposed  sewer  to  provide  sanitary  service 
from  Northampton  Street  to  the  Boston  Main  Interceptor. 
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Water  Mains  Easements 

18.  Canton  Street  (to  be  abandoned)  from  Tremont  Street  to  Washington  Street,  this 
easement  is  necessary  to  maintain  the  existing  20  inch  low  service  water  main. 

19.  Adjacent  to  the  South  End  By-Pass  extending  from  Rutland  Square  southward  about 
85  feet,  this  easement  is  to  provide  a  12  inch  low  service  loop  main  between  Rut- 
land Square  and  Greenwich  Park. 

Private  Utilities  Easements 

20.  In  existing  Northampton  Street  extending  eastward  about  200  feet  from  Shawmut 
Avenue  to  Northampton  Street  Relocated,  this  easement  Is  recommended  in  order 
to  maintain  existing  20  inch  and  24  inch  gas  lines  as  well  as  two  (2)  underground 
Telephone  Conduits. 

Police,   Fire,  and  MBTA  Easements 

21  .  In  Compton  Street  (to  be  abandoned)  from  Tremont  Street  to  Shawmut  Avenue,  this 
easement  is  required  to  maintain  existing  Police  and  Fire  alarm  conduits  and  MBTA 
electric  conduits. 

22.  Waterford  Street  (to  be  abandoned)  from  Shawmut  Avenue  to  Washington  Street. 
An  easement  is  necessary  to  maintain  existing  MBTA  electric  conduits  and  for  pro- 
posed Fire  and  Police  alarm  conduits. 

23.  Rollins  Street  (to  be  abandoned)  from  Washington  Street  to  Harrison  Avenue,  this 
casement  is  required  to  maintain  MBTA  electric  conduits. 

24.  Chandler  Street  from  Columbus  Avenue  to  approximately  100  feet  north,  this  ease- 
ment is  required  to  maintain  existing  MBTA  electric  conduit  and  Police  alarm 
conduit. 
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25.  Acton  Street  (to  be  abandoned)  from  Bradford  Street  to  Washington  Street,   an  ease- 
ment is  required  to  maintain  existing  MBTA  electric  conduits  and  Police  and  Fire 
alarm  conduits. 

26.  A  tentative  easement  for  MBTA  electric  conduits  pending  final  disposition  of  the 
MBTA  substation  and  related  facilities  in  the  blocks  bounded  by  Harrison  Avenue, 
Randolph  Street,   Albany  Street  and  Union  Park  Street. 

LOCATION  OF  REQUIRED  EASEMENTS  ON  EXHIBITS 


Easement  No„  Exhibit  No. 


11,  12,  24  SE  10-1 

21,22  SE  10-2 

la  SE  10-3 

4,  5,  8,  12,  15,  18,  19  SE  10-4 

7,  13,  14,  25,  26  SE  10-5 

6,  9,  10,  16  SE  10-6 

1,  2,  17,  20  SE  10-7 

3  SE  10-8 
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ALPHABETICAL  LISTING  OF  STREETS 

LOCATED  IN  SOUTH  END 

PROJECT  NO.  R-56 


As  an  assistance  in  locating  specific  streets  on  the  maps  making  up  the  South  End  Project,  there 
is  included  an  alphabetical  listing  with  reference  to  the  map  numbers. 


NAME 
Acton  Street 
Albany  Street 

Andrews  Street 
Andrews  Place 
Appleton  Street 
Arnold  Street 
Arlington  Street 
Ball  Street 
Bannon  Harris  Way 
Benton  Street 
Berkeley  Street 
Blackstone  Square 
Bond  Street 
Braddock  Park 
Bradford  Street 
Briggs  Place 
Bristol  Street 
Buckingbom  Street 
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PHOTOGRAMMETRIC 

SHEET  NUMBER  NAME 


22N-12E 

21N-I1E,  21N-12E 
22N-12E 

21N-12E,  22N-12E 

21N-12E 

23N-11E,  23N-12E 

21N-11E 

23N-12E 

21N-10E,  21N-11E 

21N-nE 

21N-10E 

23N-11E,  23N-12E 

22N-11E 

22N-12E 

22N-11E,  23N-I1E 

22N-I2E 

22N-12E 

22N-12E 

23N-11E 


Burke  Street 
Bush  Street 

Cabot  Place 
Cabot  Street 
Camden  Place 
Camden  Street 

Canton  Court 
Canton  Place 
Carleton  Street 

Carlow  Street 


Chandler  Street 


Claremont  Park 


Clarendon  Street 


Clifton  Place 


Columbus  Avenue 


Columbus  Square 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

21N-10E 

21N-12E 

21N-10E 
21N-10E 


21N-11E 

21N-10E,  21N-11E, 
22N-10E 

22N-11E 

22N-11E 

22N-10E,  22N-1]E, 
23N-11E 

21N-11E 


Cazenove  Street  23N-11E 


23N-11E,  23N-12E 

22N-10E,  22N-nE 

23N-11E 

21N-11E 

21N-10E,  22N-11E, 
23N-11E 

22N-1IE 

1  of  5 


-10- 


NAME 
Comet  Place 
Concord  Squore 
Concord  Place 
Coventry  Street 
Cumston  Place 
Cumston  Street 
Cunard  Street 
Dartmouth  Place 
Dartmouth  Street 
Davenport  Street 
Deacon  Street 
Deblois  Street 
Derby  Place 
Dilworth  Street 
Dover  Street 
Drapers  Lane 
Dwight  Street 
East  Brook  line  Street 
East  Brookline  Place 
East  Canton  Street 
East  Concord  Street 
East  Dedham  Street 
East  Lenox  Street 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

21N-11E 

22N-nE 

22N-11E 

21N-10E 

22N-11E 

21N-11E,  22N-11E 

21N-10E 

23N-11E 

22N-11E,  23N-11E 

21N-10E 

21N-11E 

21N-11E 

21N-nE 

22N-10E 

22N-12E 

22N-11E 

22N-12E,  23N-12E 

21N-12E,  22N-11E 

21N-12E 

21N-12E,  22N-12E 

22N-11E 

21N-12E,  22N-12E 

21N-11E 


NAME 


PHOTOGRAMMETRIC 
SHEET  NUMBER 


East  Newton  Street  21N-12E,  22N-11E 

East  Springfield  Street  21N-11E 

Fabin  Street  22N-11E 

Fairweather  Street  21N-11E 


Fay  Street 
Fellows  Street 
Flagg  Street 
Franklin  Square 
Gage  Street 
Garfield  Place 
Gray  Street 
Greenwich  Court 
Greenwich  Street 
Grinnell  Street 
Groton  Street 
Hammett  Street 
Hammond  Street 
Hammond  Terrace 
Hampden  Street 
Hanson  Street 

Harrison  Avenue 
Harwich  Street 


22N-12E 

21N-11E 

21N-11E 

21N-11E,  22N-11E 

21N-11E 

21N-11E 

23N-11E 

21N-10E 

21N-10E,  22N-11E 

21N-10E 

22N-12E 

21N-10E 

21N-10E 

21N-10E 

21N-11E 

22N-11E,  22N-12E, 
23N-nE 

21N-11E,  22N-12E 

23N-11E 
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NAME 

Haven  Street 

Herald  Street 

Holyoke  Street 

Hunneman  Street 

Ivanhoe  Street 

James  Street 

John  F .  Fitzgerald 
Expressway 

Kendall  Street 

Laconia  Street 

Lamar  Place 

Lawrence  Street 

Lenox  Street 

Madison  Street 

Maiden  Street 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

22N-11E 

23N-12E 

23N-11E 

21N-11E 

22N-11E 

21N-11E,  22N-11E 

21N-11E,  21N-12E 
22N-12E 

21N-10E 

22N-12E 

21N-nE 

23N-11E 

21N-10E,  21N-11E 

21N-10E,  21N-11E 

22N-12E 


Massachusetts  Avenue       21N-11E,  22N-10E 

22N-11E 


Medford  Court 
Milford  Street 
Millburn  Place 
Msgr.  Reynolds  Way 
Montgomery  Street 
Mystic  Street 
Neville  Place 


22N-12E 

22N-12E,  23N-12E 
21N-11E 
22N-12E 

22N-nE,  23N-nE 
22N-11E,  22N-12E 
21N-11E 


NAME 

Newbern  Street 
Newcomb  Street 
Newland  Pbce 
Newland  Street 
Northampton  St. 
Northfield  Street 
Parmelee  Street 
Pelham  Street 
Pel  ham  Terrace 
Pembroke  Street 
Perch  Street 
Perry  Street 
Pike  Street 
Plympton  Street 
P. A.  519 
P. A.  520 
P. A.  533 
P. A.  539 
P. A.  542 
P. A.  543 
P. A.  544 
P. A.  701 
P. A.  702 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

21N-10E 

21N-11E 

22N-1IE 

22N-11E 

21N-11E,  22N-I1E 

21N-10E,  2IN-1IE 

21N-I1E 

22N-11E 

22N-nE 

22N-11E 

22N-11E 

22N-12E 

22N-11E 

21N-12E,  22N-12E 

22N-11E 

22N-11E 

22N-ilE 

22N-11E 

23N-I1E 

23N-nE 

23N-11E 

22N-11E 

22N-I1E 
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NAME 
P. A.  703 
P. A.  705 
P. A.  706 
P. A.  707 
P. A.  710 
P. A.  714 
P. A.  715 
P. A.  716 
P.A.  717 
P. A.  718 
P.A.  719 
P.A.  803 
P.A.  813 
P.A.  814 
P.A.  815 
Rjndall  Street 
Randolph  Street 
Reading  Street 
Reed  Street 
Ringgold  Street 
Rollins  Street 
Rutland  Street 
Rutland  Square 

Boston  R-56/R-224 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

21N-llE,22N-nE 

23N-12E 

22N-11E 

22N-11E 

22N-11E 

21N-11E 

21N-11E 

21N-11E 

22N-12E 

21N-11E 

21N-11E 

21N-11E 

22N-10E 

22N-11E 

22N-10E 

21N-11E 

22N-12E 

21N-11E 

21N-nE 

22N-12E 

22N-12E 

22N-11E 

22N-nE 


NAME 

Sabine  Avenue 
Sanford  Place 
Sarsfield  Street 
Savoy  Street 
Sharon  Street 
Shawmut  Avenue 


Sherwin  Place 
Southampton  Street 
St.  Charles  Street 
Sterling  Street 
Stevens  Street 
Stoughton  Street 
Sussex  Street 
Taylor  Street 
Thayer  Street 
Thorn  Street 
Thorndike  Street 
Trask  Street 
Treadwell  Court 
Tremont  Street 

Trumbull  Street 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

21N-10E 

21N-11E 

21N-10E 

22N-12E 

21N-12E,  22N-11E 

21N-10E,  21N-11E 
21N-12E,  22N-11E, 
22N-12E,  23N-I2E 

21N-11E 

21N-11E 

23N-I1E 

2IN-10E,  21N-11E 

21N-11E 

22N-11E 

21N-10E 

22N-12E 

22N-12E 

21N-12E,  22N-11E 

21N-11E 

21N-11E 

21N-11E 

21N-I0E,  21N-11E, 
22N-10E,  22N-11E, 
23N-11E,  23N-12E 

22N-I1E 
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NAME 
Truro  Street 
Union  Park  Street 
Upton  Street 
Walpole  Street 
Waltham  Street 
Wareham  Street 
Warren  Avenue 

Warwick  Street 
Washington  Street 

Watson  Street 
Wellington  Street 
Wentworth  Place 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

23N-11E 

22N-I1E,  22N-12E 

22N-11E 

21N-10E 

22N-11E,  22N-12E 

22N-12E 

22N-11E,  23N-11E, 
23N-12E 

21N-10E 

22N-11E,  22N-12E, 
23N-12E 

22N-10E 

22N-10E,  22N-11E 

21N-11E 


West  Brookiine  Street  22N-11E 

West  Canton  Street  22N-1 1 E,  23N-1  IE 

West  Concord  Street  21N-11E,  22N-11E 

West  Dedham  Street  22N-1IE 


West  Haven  Street 


Westminster  Street 


22N-11E 


21N-10E 


West  Newton  Street  22N-1  IE 


Weston  Street 


21N-10E 


West  Rutland  Square  22N-11E 

West  Springfield  Street     21N-11E,  22N-nE 

Boston  R-56/R-224 


NAME 

Wilkes  Street 
Willard  Place 
Windsor  Street 
Woodbury  Street 
Worcester  Place 
Worcester  Square 
Worcester  Street 
Yarmouth  Street 


PHOTOGRAMMETRIC 
SHEET  NUMBER 

22N-12E 

21N-11E 

21N-10E 

21N-11E 

21N-11E 

21N-11E 

21N-11E,  22N-11E 

23N-11E 
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ALPHABETICAL  LISTING  OF  STREETS 
TO  BE  DISCONTINUED  IN 
SOUTH  END  PROJECT    NO.    R-56 


As  an  assistance  to  determine  the  specific  streets  or  parts  of  streets  to  be  discontinued  in  the  South 
End  Project,  there  is  Included  an  alphabetical  listing  of  these  streets  with  reference  to  approxi- 
mate limits. 
In  addition  to  those  streets  listed,  several  unnamed  private  ways  are  to  be  discontinued  as  shown 

on  the  plans. 

PUBLIC  STREETS  TO  BE  DISCONTINUED 


NAME 
Acton  Street 
Albany  Street 
Appleton  Street 
Arnold  Street 
Benton  Street 
Braddock  Park 
Cabot  Street 
Camden  Street 
Camden  Street 
Carleton  Street 
Carleton  Street 
Carlow  Street 
Chandler  Street 
Claremont  Park 
Clarendon  Street 


FROM 

Bradford  Street 

S.  Proj.  Boundary 

Columbus  Avenue 

Shawmut  Avenue 

Columbus  Avenue 

Carleton  Street 

Weston  Street 

N.Y.,  N.H.  &  H.  R.R. 

Shawmut  Avenue 

100'  S.  of  Wellington  Street 

West  Newton  Street 

Albany  Street 

Columbus  Avenue 

Carleton  Street 

Warren  Avenue 


TO 

Washington  Street 
100'  East 
Dartmouth  Street 
Washington  Street 
Tremont  Street 
30'  East 
Tremont  Street 
Columbus  Avenue 
Washington  Street 
West  Rutland  Street 
Yarmouth  Street 
Chadwick  Street 
120'  East 
50'  East 
Tremont  Street 
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NAME 


FROM 


TO 


Columbus  Avenue 
Cumston  Street 
Cumston  Place 
Dilworth  Street 
East  Dedham  Street 
Fabin  Street 
Fay  Street 
Fellows  Street 
Flagg  Street 
Gage  Street 
Greenwich  Park 
Grinnell  Street 
Groton  Street 
Hammett  Street 
Harwich  Street 
Holyoke  Street 
Hunneman  Street 
Ivanhoe  Street 
Laconic  Street 
Lincoln  Place 
Madison  Street 
Montgomery  Street 
Newcomb  Street 


Ruggles  Street 
West  Concord  Street 
Shawmut  Avenue 
Camden  Street 
Harrison  Avenue 
Ivanhoe  Street 
Harrison  Avenue 
Hunneman  Street 
Washington  Street 
Northampton  Street 
Carleton  Street 
Columbus  Avenue 
Shawmut  Avenue 
Grinnell  Street 
Yarmouth  Street 
Carleton  Street 
Washington  Street 
West  Brookline  Street 
Washington  Street 
West  Springfield  Street 
Shawmut  Avenue 
Tremont  Street 
Reed  Street 


Walpole  Street 
Rutland  Street 
Cumston  Street 
Northampton  Street 
Andrews  Street 
Newland  Street 
Dover  Street 
Randall  Street 
Reed  Street 
Trask  Street 
50'  East 
Walpole  Street 
Washington  Street 
Sarsfield  Street 
Dartmouth  Street 
30'  East 
Albany  Street 
Drapers  Lane 
Harrison  Avenue 
Worcester  Street 
Washington  Street 
370'  West 
Harrison  Avenue 
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NAME 


FROM 


TO 


Newbern  Street 
Newland  Street 
Northfield  Street 
Northampton  Street 
Northampton  Street 
Parmelee  Street 
Pel  ham  Street 
Pembroke  Street 
Perch  Street 
Pike  Street 

Public  Alley  No.  705 
Public  Alley  No.  717 
Public  Alley  No.  803 
Randall  Street 
Randolf  Street 
Reading  Street 
Reed  Street 
Reed  Street 
Rollins  Street 
Sarsfield  Street 
Sharon  Street 
Stoughton  Street 
Southampton  Street 


Weston  Street 
West  Newton  Street 
Tremont  Street 
N.Y.,  N.H.  &  H.  R.R. 
Shawmut  Avenue 
Trask  Street 
Shawmut  Avenue 
Tremont  Street 
Pike  Street 
Fellows  Street 
Tremont  Street 
Harrison  Avenue 
Camden  Street 
Harrison  Avenue 
Harrison  Avenue 
Island  Street 
Hunneman  Street 
East  Lenox  Street 
Washington  Street 
Tremont  Street 
Harrison  Avenue 
Harrison  Avenue 
Proj.  Boundary 


Sterl  ing  Street 
Drapers  Lane 
Camden  Street 
Columbus  Avenue 
Comet  Place 
Massachusetts  Avenue 
Washington  Street 
Shawmut  Avenue 
125'  East 
Albany  Street 
Dover  Street 
Albany  Street 
Northampton  Street 
Fellows  Street 
350'  East 

Southampton  Street 
Thorndike  Street 
Northampton  Street 
Harrison  Avenue 
Grinnell  Street 
Albany  Street 
Albany  Street 
Albany  Street 
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NAME 


FROM 


TO 


Sterl  ing  Street 
Stevens  Street 
Thorndike  Street 
Trumbull  Street 
Truro  Street 
Union  Park  Street 
Wolpole  Street 
Waltham  Street 
Warren  Avenue 
Warwick  Street 
Watson  Street 
Wellington  Street 
West  Canton  Street 
West  Canton  Street 
West  Dedham  Street 
West  Rutland  Square 
Westminster  Street 
Weston  Street 
Wilkes  Street 
Woodbury  Street 
Yarmouth  Street 


Tremont  Street 
Shawmut  Avenue 
Reed  Street 
ivanhoe  Street 
Yarmouth  Street 
Washington  Street 
N.Y.,N.H.  &  H.  R.R. 
Washington  Street 
Columbus  Avenue 
Cabot  Place 
Camden  Street 
Carleton  Street 
Carleton  Street 
Tremont  Street 
Shawmut  Avenue 
Carleton  Street 
Sterling  Street 
Columbus  Avenue 
Bradford  Street 
Shawmut  Avenue 
Carleton  Street 


Washington  Street 
Lincoln  Place 
Harrison  Avenue 
Newland  Street 
Harwich  Street 
Albany  Street 
Columbus  Avenue 
Union  Park  Street 
180'  East 
Windsor  Street 
Northampton  Street 
50'  East 
30'  East 

Washington  Street 
Washington  Street 
50'  East 
Windsor  Street 
Cabot  Street 
Washington  Street 
Washington  Street 
30'  East 
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OTHER  STREETS  TO  BE  DISCONTINUED 


NAME 
Alley  544 
Alley  815 
Briggs  Place 
Cabot  Place 
Canton  Court 
Canton  Place 
Champney  Place 
Clifton  Place 
Derby  Place 
Fairweather  Street 
Garfield  Place 
Medford  Court 
Neville  Street 
Pel  ham  Terrace 
Sanford  Place 
Sherwin  Street 
Sussex  Street 
Thorn  Street 
Wentworth  Place 
Willard  Place 
Worcester  Place 


FROM 

Carleton  Street 
Columbus  Avenue 
Shawmut  Avenue 
Cabot  Street 
West  Canton  Street 
West  Canton  Street 
Sterling  Street 
Washington  Street 
Washington  Street 
Reed  Street 
Washington  Street 
Washington  Street 
Washington  Street 
Pel  ham  Street 
East  Lenox  Street 
Thorndike  Street 
Cabot  Street 
Stoughton  Street 
Northampton  Street 
Washington  Street 
Washington  Street 


TO 

30'  East 

430'  North 

140'  South 

Warwick  Street 

110'  East 

120'  West 

Madison  Street 

300'  North 

Clifton  Place 

Harrison  Avenue 

80'  South 

200'  South 

200'  South 

160'  East 

TOO'  East 

110'  South 

Warwick  Street 

60'  East  of  Sharon  St. 

90'  West 

290'  North 

300'  North 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:    FINAL  PROJECT  REPORT 
PROJECT  NO„  MASSo  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  CODE  NO„  R-224  (1) 

DEMOLITION  AND  SITE  CLEARANCE 


Based  on  an  average  cost  of  $1,630  per  structure  adjusted  from  average  costs  for  the  Castle 
Square  Project,  the  total  cost  of  building  demolition  in  the  South  End  Project  is  $2,179,000o 
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APPLICATION  FOR  LOAN  AND  GRANT 
PARTI:    FINAL  PROJECT  REPORT 
PROJECT  NO.    MASS.    R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:     STREETS  CODE  NO.  R224    (2) 

Reference  is  made  to  the  following  maps,  which  accompany  this  application: 
STREETS  AND  PARKS  SE  10-1    through    SB  10-10 

The  redevelopment  plan  retains  the  majority  of  existing  streets  in  their  present  right 
of  way  providing  new  pavements,  curbs,  and  sidewalks  where  necessary.     Several  existing 
streets  will  be  abandoned,  however,  to  create  new  development  areas.    A  minimum  number  of 
new  streets  will  be  created  to  improve  the  internal  flow  of  traffic  in  the  South  End. 

An  inventory  of  existing  streets  was  made  to  determine  the  physical  condition  of  pave- 
ments, sidewalks,  curbing  and  other  pertinent  information.    This  was  supplemented  by  a  search 
of  the  records  of  the  Boston  Public  Works  Department  to  determine  the  widths  of  right  of  way 
pavements  and  sidewalks,  and  the  types  of  pavements  and  bases  in  the  streets.    The  inventory 
tabulated  by  streets  is  the  subject  of  a  supplemental  report  submitted  herewith. 

Streets  in  the  area  were  investigated  to  determine  existing  horizontal  and  vertical  sight 
distance  problems.    Vertical  sight  distances  are  sufficient  everywhere  and  horizontal  sight 
distances  ore  only  a  problem  at  certain  intersections  and  will  be  improved  where  possible  as 
part  of  the  street  improvement  program. 

The  major  intent  of  the  modified  street  system  program  is  to  preserve  the  integrity  of 
the  project  area  by  facilitating  the  flow  of  through  traffic  on  perimeter  streets,   thereby  re- 
serving the  interior  streets  for  local  use.     This  is  accomplished  as  follows: 
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The  South  End  By-Pass  is  proposed  along  the  western  periphery  of  the  project  area. 
It  will  begin  at  Columbus  Avenue  on  the  north  and  terminates  at  the  proposed  Inner  Belt,   it 
is  expected  to  carry  most  of  the  north-south  through  traffic. 

On  the  northern  border,   improvements  consisting  of  an  extension  of  Herald  Street  from 
Tremont  Street  to  Columbus  Avenue  and  a  widening  and  extension  of  Cortes  Street  from 
Arlington  Street  to  Columbus  Avenue  (in  the  South  Cove  Area),  provide  a  continuation  of 
the  South  End  By-Pass  to  Tremont  Street. 

A  new  frontage  road  is  proposed  on  the  eastern  border  of  the  South  End.  This  will 
provide  access  to  the  proposed  Flower  Market  as  well  as  interchange  with  the  Inner  Belt, 
and  is  expected  to  substantially  reduce  traffic  on  Albany  Street. 

The  Inner  Belt  Expressway,  for  which  the  tentative  design  is  depicted  on  plan  SE  10-10, 
is  proposed  by  the  Massachusetts  Department  of  Public  Works.    Final  basic  design  studies  of 
this  roadway  are  in  progress  and  its  construction  is  expected  to  be  complete  before  1972. 

The  entire  perimeter  of  the  South  End  will  therefore  be  encircled  by  a  system  of 
arterial  roadways  which  will  provide  frequent  points  of  access  for  local  traffic. 

Modifications  to  the  internal  street  system  will  be  effected  by  discontinuance,  cross 
section  change,  and  alignment  changes. 

East-West  through  traffic  is  expected  to  use  three  main  corridors  -  Massachusetts 
Avenue,   the  Inner  Belt  System,  and  the  widened  two-way  Dover  Street. 

The  traffic  pattern  and  resulting  street  designs  are  based  on  projected  1975  traffic  volumes 
for  the  South  End  as  developed  by  the  Boston  Redevelopment  Authority.     The  following  is  a 
tabulation  of  same  and  indicates  the  anticipated  twenty-four  (24)  hour  two-way  traffic  volumes 
on  major  streets: 
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Albany  Street   and  frontage  rood         20,000 
Dover  Street  30,000 

Dartmouth  Street  8,000  to  10,000 

Newton-Brookline  StSo  12,000 

Massachusetts  Avenue         18,000  to  23,000 


S.  E.  By-Pass  30,000  to  40,000 

Columbus  Avenue  5,000  to  7,000 

Tremont  Street  20,000  to  22,000 

Shawmut  Avenue  12,500 

Washington  Street  8,000 

Harrison  Avenue  10,000 

MAJOR  STREET  CHANGES 

1  .         South  End  By-Pass  System 

The  South  End  By-Pass  Is  proposed  along  the  western  periphery  of  the  project  area.     It 
w/ili  begin  at  Columbus  Avenue  and  connect  v^ith  the  proposed  Southwest  Expressway  Inner 
Belt  Interchange.     It  is  expected  to  carry  most  of  the  north-south  through  traffic. 

The  tentative  design  is  for  a  grade  separated,  divided  four  lane  roadway.    An  at  grade 
facility  is  provided  for  as  a  minimum  workable  alternative.    A  temporary  connection  from  the 
Southwest  Expressway  Inner  Belt  Interchange  to  Columbus  Avenue  is  proposed  to  serve  until 
the  final  design  of  the  Southwest  Expressway  Interchange  and  the  By-Pass  is  determined.    (See 
SE  10-10). 

2.  Extension  of  Herald-Cortes  Street 

This  improvement  is  necessary  to  provide  continuity  in  the  street  pattern  from  Columbus 
Avenue  to  Tremont  Street  paralleling  the  Railroad  and  Turnpike  rights  of  way.     These  frontage 
roads  will  provide  an  efficient  terminal  for  the  South  End  By-Pass  System. 

3.  Columbus  Avenue 

Columbus  Avenue  will  be  changed  to  a  local  street  by  terminating  it  at  Walpole  Street 
in  conjunction  with  a  cross  section  change  which  Involves  removal  of  the  median  and  narrowing 
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of  the  pavement.     The  change  to  Columbus  Avenue  will  not  be  made  until  the  South  End 
By- Pass  System  is  constructed. 

4.  Tremont  Street 

Tremont  Street  will  remain  an  arterial  street  and  have  two  lanes  in  each  direction.     In 
addition  a  wide  linear  park  type  median  wlM  be  provided  to  allow  for  separate  left  turn 
storage  lanes  at  major  intersections.    This  improvement  to  Tremont  Street  should  not  be  made 
until  the  South  Er>d  Bypass  System  is  under  construction , 

5.  Washington  Street 

Changes  to  Washington  Street  are  contingent  upon  the  removal  of  the  M.B.T.A.  ele- 
vated structure  currently  under  study  by  the  M.B.T.A.    When  the  structure  is  removed  by 
the  M.B.T.A.,  Washington  Street  will  become  a  divided  arterial  street  with  two  travel  lanes 
and  left  turn  storage  lanes  in  each  direction  between  Union  Park  Street  and  the  Inner  Belt 
Expressway,  and  a  four  lane  undivided  roadway  from  Union  Park  Street  to  Herald  Street. 
The  Urban  Renewal  Plan  for  the  South  End  is  not  contingent  on  the  M.B.T.A.  structure  being 
removed. 

6.  Harrison  Avenue  and  Shawmut  Avenue 

These  streets  will  retain  their  present  width  and  be  revised  to  act  as  a  one-way  pair 
with  Shawmut  Avenue  becoming  southbound  and  Harrison  Avenue  northbound,  when  the 
Washington  Street  improvement  is  made;  otherwise  they  will  continue  to  function  as  they  now 
do. 

7.  Albany  Street  and  the  New  Service  Road 

No  changes  will  be  made  in  Albany  Street.     The  construction  of  a  one-way  service 
road  from  Albany  Street  to  Massachusetts  Avenue  is  expected  to  substantially  reduce  traffic 
and  congestion  on  Albany  Street.     Its  northern  terminus  at  Albany  Street  is  subject  to  redesign 
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pending  final  design  of  the  Inner  Belt  Expresswa/o 
80        Chandler  Street 

Chandler  Street  will  be  realigned  to  intersect  Columbus  Avenue  at  right  angles  and  the 
section  from  Berkeley  to  Tremont  Street  will  be  made  one-way  towards  Tremont  Street, 
9,        Appleton  Street 

Appleton  Street  will  become  one-way  westbound  from  Tremont  to  Dartmouth  Street  and 
the  street  will  ba  discontinued  from  Dartmouth  Street  to  Columbus  Avenue, 
lOo        Warren  Avenue 

Warren  Avenue  will  be  discontinued  from  Columbus  Avenue  to  Pembroke  Street,  nar- 
rowed to  forty  (40)  feet  of  pavement  from  Pembroke  to  Berkeley  Street  and  made  one-way 
eastbound  from  Clarendon  to  Berkeley  Street, 

11.  Montgomery  Street 

Montgomery  Street  will  be  discontinued  from  Union  Park  Street  to  Tremont  Street, 

12,  Dover  Street 

Dover  Street  will  be  widensd  to  a  two-way  divided  street  between  Tremont  Street  and 
Albany  Street, 

13.  Berkeley  Street 

Berkeley  Street  will  be  reconstructed  from  Tremont  Street  to  the  bridge  over  the  Mass- 
achusetts Turnpike, 

14,  Clarendon  Street 

Clarendon  Street  will  be  discontinued  from  Warren  Avenue  to  Tremont  Street,  and  remain 
one-way  southbound  to  Warren  Avenue  where  traffic  can  turn  left  to  Berkeley  Street, 
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By  agreement  with  the  Boston  Traffic  Commission,  the  discontinuance  of  Clarendon 
Street  between  Warren  Avenue  and  Tremont  Street  will  be  tentative  and  subject  to  re- 
opening if  traffic  movements  can  not  be  adequately  handled  by  the  new  circulation  pattern. 

15.  Dartmouth  Street 

Dartmouth  Street  will  be  widened  between  Columbus  Avenue  and  the  bridge  over  the 
Massachusetts  Turnpike.    Existing  West  Dedham  Street,  a  continuation  of  Dartmouth  Street, 
will  be  discontinued  between  Shawmut  Avenue  and  Washington  Street,  but  like  the 
Clarendon  Street  discontinuance,   it  will  be  tentative  subject  to  its  effect  on  traffic. 

16.  Northampton  Street 

This  street  will  be  relocated  between  Washington  Street  and  Shawmut  Avenue  to  divert 
through  traffic  from  the  westerly  section  of  Northampton  to  Camden  Street. 

17.  The  Inner  Belt 

The  design  Inner  Belt  from  Massachusetts  Avenue  along  the  southern  periphery  of  the 
area  is  tentative  pending  completion  of  the  Massachusetts  Department  of  Public  Works'  Studies. 
It  is  scheduled  to  be  under  construction  within  two  years  in  the  approximate  location  shown. 

Several  new  minor  streets  are  proposed  to  facilitate  traffic  circulation  and  provide  ac- 
cess to  proposed  new  developments.    In  addition,   improvement  and  widening  of  other  minor 
streets  will  be  undertaken. 

Many  streets  will  be  reconstructed  due  to  the  extensive  public  utility  construction  re- 
quired in  the  area  and  the  anticipated  added  deterioration  of  pavements  that  will  result 
from  demolition  and  heavy  construction  activity. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PARTI:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "A"  STREETS,  TOTAL  COSTS  BY  STREETS 


CODE  NO„  R-224  (2) 


INTERIOR  STREETS 

Albany 

Andrews 

Appleton 

Ball 

Berkeley 

Braddock  Park 

Bradford 

Burke 

Camden 

Cazenove 

Chandler 

Clarendon 

Columbus  Avenue 

Concord  Place 

Concord  Square 

Coventry 

Cunard 

Dartmouth 

Davenport 

Dover 

Drapers  Lane 

East  Brookline 

East  Canton 

East  Concord 

East  Dedham 

East  Lenox 

East  Newton 

Fellows 

Hammond 

Harrison 


PAGE  NOo 

TOTAL  COST 

EXHIBIT  "B" 

100%  CHARGE  TO  PROJECT 

1  &2 

$  164,800 

3 

11,300 

3 

11,250 

3 

24,700 

4 

62,450 

4 

5,700 

4 

11,500 

5 

9,100 

5 

60,000 

6 

4,450 

6&7 

24,800 

7 

34,650 

8&9 

299,300 

9 

2,000 

10 

33,550 

10 

5,250 

10 

6,400 

11  &  12 

70,950 

12 

14,850 

13 

82,600 

13 

12,150 

13&  14 

32,100 

14 

10,700 

14&  15 

53,800 

15 

14,550 

15&  16 

45,250 

16 

35,750 

17 

25,350 

17 

40,950 

17  &  18 

295,000 
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INTERIOR  STREETS 


Holyoke 

Kendall 

Lawrence 

Lenox 

Maiden 

Massachusetts  Avenue 

Mi  I  ford 

Monsignor  Reynolds  Way 

New  60'  Street  (New  Maiden  Street  Extension) 

Albany  Street  to  New  Albany  Street  Frontage  Road 

New  50'  Street  (New  East  Brookline  Street  Extension) 

Albany  Street  to  New  Albany  Street  Frontage  Road 

New  50'  Street 

Plymton  Street  to  Wareham  Street 

New  50'  Street  (Northampton  Street  Relocated) 

Shawmut  Avenue  to  Northampton  Street 

New  50'  Street  (East  Lenox  Street  Extended) 

Fellows  Street  to  Albany  Street 

New  60'  Street 

Maiden  Street  to  Randolph  Street 

New  24'  Alley 

East  Brookline  Street  to  Thorn  Street 

New  24'  Alley 

Northampton  Street  to  Northampton  Street 

Newcomb 

Northampton  ' 

Parmelee 

Perry 

Private  Alley 

From  Private  Alley  to  250'  West 

Between  West  Springfield  Street  &  Worcester  Street 

Private  Alley 

Rutland  Square  to  West  Newton  Street 

Private  Alley 

West  Springfield  Street  to  Private  Alley 

Between  Columbus  Avenue   &  Tremont  Street 

Private  Alley 

West  Canton  Street  to  Dartmouth  Street 

Private  Alley  No.  813 

Private  Alley  No.  814 

Public  Alley  No.  539 

Public  Alley  No.  542 

Public  Alley  No.  543 

Public  Alley  No.  710 


PAGE  NO. 

TOTAL  COST 

EXHIBIT  "B" 

100%  CHARGE  TO  PROJECT 

19 

$      2,400 

19 

28,400 

19 

7,600 

20 

21,600 

20 

37,300 

20  &21 

55,600 

21 

26,500 

22 

17,100 

23 

19,800 

on) 

1        24 

21 ,450 

24 

12,500 

25 

16,150 

25 

14,700 

25 

44,900 

26 

7,700 

26 

15,050 

26 

11,750 

27,  28  &  29 

165,350 

29 

2,300 

29 

5,300 

t       30 

3,850 

30 

2,500 

30 

31 
31 
31 
32 
32 
32 
33 


600 

11,050 
4,800 
1,300 
1,400 
1,400 
1,400 
9,500 
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Exhibit  "A"  2  of  3 


INTERIOR  STREETS 

Randall 

Randolph 

Reed 

Ringgold 

Rutland  Square 

Rutland 

St.  Charles 

Savoy 

Shawmut  Avenue 

Thorndike 

Trask 

Tremont 

Union  Park 

Upton  Street 

Walpole 

Waltham 

Warren  Avenue 

Warwick 

Washington 

V^est  Brookline 

West  Canton 

West  Concord 

West  Dedham 

West  Newton 

West  Rutland  Square 

West  Springfield 

Windsor 

Worcester 

Yarmouth 

SUBTOTAL 


PAGE  NO. 

TOTAL  COST 

EXHIBIT  "B'^ 

100%  CHARGE  TO  PROJECT 

33 

$    13,350 

33 

25,350 

34 

18,600 

34 

3,100 

34 

3,950 

35 

34,500 

35 

4,350 

36 

12,750 

36  &  37 

177,400 

37 

14,350 

38 

11,100 

38,  39  &  40 

738,550 

41 

4,400 

41 

3,350 

41 

9,200 

42 

31,450 

42  &43 

119,250 

43 

16,300 

44&45 

395,100 

46 

41 ,700 

47 

9,750 

48 

38,900 

48 

32,050 

48&49 

13,950 

49 

21,300 

50 

3,100 

50 

43,200 

50 

23,300 

51 

5,400 

$   3,945,500 

BOUNDARY  STREETS 

Albany 

Dover 

(Albany  Street  to  Washington  Street) 

New  Albany  Street  Frontage  Road 

Washington 

(Dover  Street  to  Herald  Street) 

SUBTOTAL 

TOTAL 

South  End  Bypass  System 

GRAND  TOTAL 


12 
22&23 

46 


$         25,200 

82,100 
204,450 

71,950 

$       383,700 

$  4,329,200 
2,422,000 

$  6,751,200 
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APPLICATION  FOR  LOAN  AND  GRANT 
PARTI:    FINAL  PROJECT  REPORT 
PROJECT  NO.    MASS.    R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "B"     STREETS,  DETAILED  COSTS  BY  STREETS 


CODE  NO.  R-224    (2) 


ALBANY  STREET    (From  Massachusetts  Avenue    to   East  Newton  Street) 


RESURFACE,  INTERIOR    (SE  10  -  7  &8) 


Bituminous  Concrete  Surface  Rebuilt 
On  Existing  Gran.  Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,  Type  VA4 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $48,200 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

7,430 

2.80 

$20, 804 

LF 

238 

2.60 

619 

SY 

2,640 

6.50 

17,160 

LF 

188 

5.20 

978 

LF 

32 

8.00 

256 
$39,817 

-21% 

8,362 
$48,179 

ALBANY  STREET    (From  East  Newton  Street    to   Maiden  Street) 

RESURFACE,  INTERIOR    (SE  10  -  5  &8) 

Bituminous  Concrete  Surface  Rebuilt 

On  Existing  Gran.   Block  or  Concrete  Base  SY 

Edgestone  Reset  (Line  &  Grade)  LF 

Artificial  Stone  Sidewalk  -  Reconst.  SY 

New  Straight  Edgestone,  Type  VA4  LF 

New  Circular  Edgestone,  Type  VA4  LF 

Contingencies,  Unit  Cost  Increase,  Engineering -21% 

USE  $65,150 


10,766 

2.80 

$30, 145 

105 

2.60 

273 

3,070 

6.50 

19,955 

520 

5.20 

2,704 

96 

8.00 

768 

$53,845 

1 1 , 307 

$65,152 
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ALBANY  STREET    (From  Maiden  Street    to    Randolph  Street) 
RESURFACE,  INTERIOR  (SE  10-5) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

5,000 

2.80 

$14,000 

LF 

450 

2.60 

1,170 

SY 

2,343 

6.50 

15,230 

SY 

1,223 

4.40 

5,381 

CY 

845 

2.20 

1,859 

LF 

600 

2.80 

1,680 

LF 

200 

5.20 

1,040 

LF 

270 

8.00 

2,160 

Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  New 
Excavation  for  Subgrading 
Edgestone  Removed,  Relocated  &  Reset 
Edgestone  New  Straight  Type  VA4 

New  Circular  Edgestone  Type  VA4  

$42,520 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  8,929 

$51,449 
USE  $51,450 


ALBANY  STREET    (From  Randolph  Street    to    Dover  Street) 

RESURFACE,   BOUNDARY    (SE  10-5) 

Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  New 
Edgestone  Removed,  Relocated  &  Reset 
Edgestone  New  Straight  Type  VA4 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $25,200 


SY 

5,613 

2.80 

$15,716 

LF 

230 

2.60 

598 

SY 

590 

6.50 

3,835 

SY 

44 

4.40 

194 

LF 

120 

2.80 

336 

LF 

30 

5.20 

156 
$20,835 

g-21% 

4,375 
$25,210 
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ANDREWS  STREET    (From  East  Canton  Street    to    East  Dedham  Street) 


RECONSTRUCT,  INTERIOR    (SE  10  -  5  &  8) 


UNIT 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"- 12")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $11,300 


QUANTITY 


UNIT 
COST 


TOTAL 


SY 

870 

5.80 

$  5,046 

LF 

415 

2.80 

1,162 

LP 

64 

8.00 

512 

SY 

425 

6.15 

2,614 
$  9,334 

ig  -  21% 

1,960 

$11,294 


APPLETON  STREET    (From  Berkeley  Street    to    Tremont  Street) 
RESURFACE,  INTERIOR   (SE  10-  1  &2) 


Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.  Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $11,250 


SY 

1,510 

2.80 

4,228 

LF 

80 

2.60 

208 

SY 

750 

6.50 

4,875 
$  9,311 

g-21% 

1,955 

$11,266 


BALL  STREET    (From  Shawmut  Avenue    to    Washington  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  6  &  7) 


Bituminous  Concrete  Pavement 

2  1/2"  -  6 "-12")  Reconst.  SY 

Edgestone  Reset  (Line  &  Grade)  LF 

Edgestone  Removed,  Relocated  &  Reset  LF 

New  Circular  Edgestone,   Type  VA4  LF 

Artificial  Stone  Sidewalk  -  Reconst.  SY 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $24, 700 


Boston  R-5d/R-224  (2) 


1,960 

440 

410 

48 

977 


5.80 

$11,368 

2.60 

1,144 

2.80 

1,148 

8.00 

384 

6.50 

6,351 

$20,395 

4,283 

$24, 678 
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BERKELEY  STREET    (From  Tremont  Street    to    South  End  By-Pass) 


RECONSTRUCT,  INTERIOR    (SE  10-  1  &2) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-i2")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $62,450 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

5,950 

5.80 

$34,510 

LF 

1,380 

2.80 

3,864 

LP 

75 

5.20 

390 

LF 

332 

8.00 

2,656 

SY 

1,565 

6.50 

10,173 
$51,593 

ig-  21% 

10,835 
$62,428 

BRADDOCK  PARK    (From  Alley  No.  539    to    Columbus  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-  1  &4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -4"- 10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $5,700 


SY 

510 

4.80 

2,448 

LF 

270 

2.60 

702 

SY 

240 

6.50 

1,560 

$  4,710 

989 

$  5,699 


BRADFORD  STREET    (From  Waltham  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-  5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
LF 
SY 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $11,500 


1,299 

85 

120 

372 


4.80 

6,235 

2.60 

221 

5.20 

624 

6.50 

2,418 

$  9,498 

1,995 

$11,493 
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BURKE  STREET    (From  Columbus  Avenue    to    Tremont  Street) 


RECONSTRUCT,  INTERIOR    (SE  10-6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


UNIT 


SY 
LF 
SY 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,100 


QUANTITY 


754 
560 
373 


UNIT 
COST 


4.80 
2.60 
6.50 


TOTAL 


$  3,619 
1,456 
2,425 

$  7,500 
1,575 

$  9,075 


CAMDEN  STREET    (From  Columbus  Avenue    to    Tremont  Street) 
RECONSTRUCT,  INTCRIOR   (SE  10-3) 


Bituminous  Concrete  Pavement 
(2  1/2"  -6" -12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $16,850 


SY 

1,511 

5.80 

8,764 

LF 

396 

2.60 

1,030 

LF 

60 

5.20 

312 

LF 

32 

8.00 

256 

SY 

547 

6.50 

3,556 

$13,918 
2,923 

$16,841 


CAMDEN  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR   (SE  10  -  6  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $43,150 


SY 

3,475 

5.80 

$20,155 

LF 

1,800 

2.60 

4,680 

LF 

50 

5.20 

260 

SY 

1,627 

6.50 

10,576 
$35,671 

g-21% 

7,491 
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CAZENOVE  STREET    (From  South  End  By-Pass    to    Chandler  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-1) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,450 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

700 

4.80 

$  3,360 

LF 

32 

2.60 

83 

SY 

39 

6.50 

254 
$  3,697 

,g-   21% 

776 

$  4,473 


CHANDLER  STREET    (From  Columbus  Avenue    to    Clarendon  Street) 
RESURFACE,  INTERIOR   (SE  10-1) 


Bituminous  Concrete  Surface 

On  Existing  Surface 

Artificial  Stone  Sidewalk  -  Reconst. 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"-10")  Reconst. 

Used  Edgestone  Reset 

New  Circular  Edgestone,  Type  VA4 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $7,950 


SY 

1,555 

1.60 

$  2,488 

SY 

255 

6.15 

1,568 

SY 

355 

4.80 

1,704 

LF 

105 

2.30 

242 

LF 

70 

8.00 

560 
$  6,562 

g-21% 

1,378 

$  7,940 


CHANDLER  STREET    (From  Clarendon  Street    to    Berkeley  Street) 
RESURFACE,  INTERIOR    (SE  10-1) 


Bituminous  Concrete  Surface 

On  Existing  Surface 

Artificial  Stone  Sidewalk  -  Reconst. 


SY 
SY 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,750 


2,511 
120 


1.60 
6.15 


4,018 

738 

$  4,756 

999 

$  5,755 
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CHANDLER  STREET    (From  Berkeley  Sfreef    to  Tremont  Street) 
RESURFACE,  INTERIOR   (SE  10-  1  &2) 


UNIT 


SY 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,  Type  VA4 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 


QUANTITY 


2,167 


UNIT 
COST 


TOTAL 


1.60         $  3,467 


SY 

278 

4.80 

1,334 

SY 

267 

6.50 

1,736 

LP 

110 

5.20 

572 

LF 

320 

8.00 

2,560 
$  9,669 

g-21% 

2,030 
$11,099 

USE  $11,100 


CLARENDON  STREET    (From  Columbus  Avenue    to  Warren  Avenue) 
RECONSTRUCT,  INTERIOR   (SE  10-1) 


Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  Reconst. 

Used  Edgestone  Reset 

Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $34,650 


SY 

3,690 

5.80 

$21,402 

LF 

1,064 

2.30 

2,447 

SY 

739 

6.50 

4,804 

$28,653 

6,017 

$34,670 
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COLUMBUS  AVENUE    (From  Walpole  Street    to   Massachusetts  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  3  &  6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"- 12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $103,900 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

9,500 

5.80 

$  55,100 

LF 

725 

2.60 

1,885 

LF 

360 

1.00 

360 

LF 

2,024 

5.20 

10,525 

LF 

432 

8.00 

3,456 

SY 

2,238 

6.50 

14,547 

$  85,873 

18,033 

$103,906 


COLUMBUS  AVENUE    (From  Massachusetts  Avenue    to    West  Newton  Street) 
RECONSTRUCT,    INTERIOR   (SE  10  -  3  &4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
LF 
LF 
SY 


7,462 
182 
872 
346 
417 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $65,050 


5.80 

$43,280 

2.60 

473 

5.20 

4,534 

8.00 

2,768 

6.50 

2,711 

$53,766 

11,291 

$65,057 
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COLUMBUS  AVENUE    (From  West  Newton  Street    to    Dartmouth  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-  1  &4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $79,800 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

6,617 

5.80 

$38,379 

LF 

190 

2.60 

494 

LF 

1,820 

5.20 

9,464 

LF 

495 

8.00 

3,960 

SY 

2,100 

6.50 

13,650 
$65,947 

ig  -21% 

13,849 
$79, 796 

COLUMBUS  AVENUE    (From  Dartmouth  Street    to    Clarendon  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-1) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"- 12")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $50,550 


SY 

4,926 

5.80 

$28,571 

LF 

50 

2.80 

140 

LF 

1,080 

5.20 

5,616 

LF 

123 

8.00 

984 

SY 

996 

6.50 

6,474 

$41,785 

8,775 

$50,560 


CONCORD  PLACE  (PRIVATE)  (  From  Worcester  Street    to    Concord  Square) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,000 


SY 

160 

4.80 

768 

LF 

190 

2.60 

494 

SY 

62 

6.50 

403 
$   1,665 

g-21% 

350 

$  2,015 
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CONCORD  SQUARE    (From  Columbus  Street    to    Tremont  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

3,000 

4.80 

$14,400 

LF 

1,820 

2.60 

4,732 

LF 

160 

2.80 

448 

SY 

1,130 

6.50 

7,345 

SY 

590 

1.35 

797 
$27,722 

ig  -  21% 

5,822 
$33,544 

Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 
Loam  &  Seed 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $33,550 

COVENTRY  STREET    (From  Columbus  Avenue    to    Tremont  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-6) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  4" -10")  Reconst. 
Edgestone  Reset  ('.ine  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 

$"17343 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  912 

$  5,255 
USE  $5,250 

CUNARD  STREET    (From  Tremont  Street    to    Cabot  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-6) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"-10")  Reconst.                                    SY                          568                   4.80  2,726 

Edgestone  Removed,  Relocated  &  Reset                LF                            300                    2.80  840 

Artificial  Stone  Sidewalk  -  Reconst.                     SY                            268                    6.50  1,742 

$  5,308 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,115 

$  6,423 
USE  $6,400 


SY 

653 

4.80 

3,134 

LF 

50 

2.60 

130 

SY 

166 

6.50 

1,079 
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DARTMOUTH  STREET    (From  South  End  By-Pass    to    Columbus  Avenue) 


RECONSTRUCT,  INTERIOR  (SE  10-1) 


Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  Reconst. 

Remove  Edgestone  &  Haul  to  City  Yard 

New  Straight  Edgestone,   Type  VA4 

New  Circular  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $35,350 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,990 

5.80 

$17,342 

LF 

810 

1.00 

810 

LF 

735 

5.20 

3,822 

LF 

127 

8.00 

1,016 

SY 

960 

6.50 

6,240 

$29,230 

6,138 

$35,368 


DARTMOUTH  STREET    (From  Columbus  Avenue    to    Warren  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-1) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6" -12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgrstone,   Type  VA4 
New  Circular  Edaestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
LF 
LF 
SY 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $25,550 


2,622 

870 

70 

32 

466 


5.80 

$15,208 

2.60 

2,262 

5.20 

364 

8.00 

256 

6.50 

3,029 

$21,119 

4,435 

$25, 554 
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DARTMOUTH  STREET    (From  Warren  Avenue    to    Montgomery  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-  1  &4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk-  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,050 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,244 

5.80 

$  7,215 

LF 

43 

2.60 

112 

SY 

148 

6.50 

962 
$  8,289 

ig  -  21% 

1,741 
$10,030 

DAVENPORT  STREET    (From  Columbus  Avenue    to    Tremont  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Nev^  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $14,850 


SY 

1,355 

4.80 

6,504 

LF 

335 

2.60 

871 

LF 

190 

2.80 

532 

LF 

80 

5.20 

416 

SY 

610 

6.50 

3,965 

$12,288 
2,580 

$14,868 


DOVER  STREET    (From  Albany  Street    to    Washington  Street) 
RECONSTRUCT,  BOUNDARY    (SE  10  -  2  &  5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Y 


SY 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $82,100 
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8,486 

5.80 

$49,219 

49 

2.60 

127 

900 

2.80 

2,520 

156 

1.00 

156 

1,385 

5.20 

7,202 

272 

8.00 

2,176 

990 

6.50 

6,435 

$67,835 

14,245 

$82,080 
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DOVER  STREET    (From  Washingfon  Street    to    Tremont  Street) 


RECONSTRUCT,  INTERIOR    (SE  10-5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst, 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,   Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $82,600 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

8,769 

5.80 

$50,860 

LF 

10 

2.60 

26 

LF 

880 

2.80 

2,464 

LF 

44 

1.00 

44 

LF 

1,015 

5.20 

5,278 

LF 

120 

8.00 

960 

SY 

1,330 

6.50 

8,645 

$68,277 

14,338 

$82,615 


DRAPERS  LANE    (From  Upton  Street    to    Upton  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-4) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"-10")  Reconst.  SY 

Edgestone  Removed,  Relocated  &  Reset  LF 

New  Circular  Edgestone,   Type  VA4  LF 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $12,150 


1,600 

4.80 

$  7,680 

610 

2.80 

1,708 

80 

8.00 

640 

$10,028 

2,106 

$12,128 


EAST  BROOKLINE  STREET    (From  Public  Alley  No.  710    to    Harrison  Avenue) 
RESURFACE,   INTERIOR    (SE  10  -  4  &  7) 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Circular  Edgestone  Type  VA4 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,250 


SY 

411 

1.60 

658 

LF 

90 

2.60 

234 

SY 

110 

6.50 

715 

LF 

32 

8.00 

256 

$   1,863 

g-21% 

391 

$  2,254 
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EAST  BROOKLINE  STREET    (From  Harrison  Avenue    fo    Albany  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7  &  8) 


UNIT 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $29,850 


QUANTITY 


UNIT 
COST 


TOTAL 


SY 

2,862 

5.80 

$16,600 

LF 

129 

2.60 

335 

LF 

40 

8.00 

320 

SY 

1,142 

6.50 

7,423 
$24,678 

ig  -  21% 

5,182 

$29,860 


EAST  CANTON  STREET    (From  Harrison  Avenue    to    Albany  Street) 
RESURFACE,  INTERIOR    (SE  10  -  5  &  7) 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone,   Type  VA4 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,700 


SY 

2,740 

1.60 

$  4,384 

LF 

652 

2.60 

1,695 

SY 

366 

6.50 

2,379 

LF 

73 

5.20 

380 
$  8,838 

g-21% 

1,856 

$10,694 


EAST  CONCORD  STREET    (From  Washington  Street    to    Harrison  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
2  1/2"  -  6"-  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $22,900 


SY 

2,436 

5.80 

$14,129 

LF 

442 

2.60 

1,149 

LF 

135 

2.30 

311 

SY 

513 

6.50 

3,335 

$18,924 

3,974 

$22,898 
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EAST  CONCORD  STREET    (From  Harrison  Avenue    to    Albany  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $30,900 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,495 

5.80 

$14,471 

LF 

1,320 

2.60 

3,432 

SY 

1,172 

6.50 

7,618 
$25,521 

ig-  21% 

5,359 

$30,880 


EAST  DEDHAM  STREET    (From  Andrews  Street    to    Albany  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  5  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-l2")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
SY 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $14,550 


1,964 
74 
66 


5.80 
2.60 
6.50 


$11,391 
192 

429 

$12,012 

2,523 

$14,535 


EAST  LENOX  STREET    (From  Washington  Street    to    Harrison  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Removed,   Relocated  &  Reset 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $35,750 


SY 

2,800 

5.80 

$16,240 

LF 

1,240 

2.80 

3,472 

LF 

50 

5.20 

260 

LF 

48 

8.00 

384 

SY 

1,412 

6.50 

9,178 

$29,534 

6,202 

$35,736 
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EAST  LENOX  STREET    (From  Harrison  Avenue    to    Fellows  Street) 
RECONSTRUCT,  INTERIOR    (S£  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

925 

5.80 

5,365 

LF 

300 

2.60 

780 

LF 

20 

5.20 

104 

SY 

248 

6.50 

1,612 

USE  $9,500 


EAST  NEWTON  STREET    (From  Public  Alley  No.  710    to    Harrison  Avenue) 
RESURFACE,  INTERIOR    (SE  10-7) 


$  7,861 

1,651 

$  9,512 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk-Reconst. 
New  Circular  Edgestone  Type  VA4 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,900 


SY 

550 

1.60 

$ 

880 

LF 

110 

2.60 

286 

SY 

147 

6.50 

956 

LF 

32 

8.00 

256 

$  2,378 

499 

$  2,877 


EAST  NEW  STREET    (From  Harrision  Avenue    to    Albany  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7  &  8) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk-Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $32,850 


SY 

2,644 

5.80 

$15,335 

LF 

1,365 

2.60 

3,549 

LF 

35 

5.20 

182 

SY 

1,244 

6.50 

8,086 

$27,152 

5,702 

$32,854 
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FELLOWS  STREET    (From  Randall  Street    to    Northampton  Street) 


RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $25,350 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,910 

5.80 

$11,078 

LF 

1,100 

2.60 

2,860 

LF 

no 

8.00 

880 

SY 

941 

6.50 

6,117 

$20,935 

4,396 

$25,331 


HAMMOND  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 


RECONSTRUCT,  INTERIOR  (SE  10-6) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $40,950 


SY 

4,117 

5.80 

$23,879 

LF 

1,150 

2.60 

2,990 

LF 

40 

2.30 

92 

SY 

1,060 

6.50 

6,890 
$33,851 

g-21% 

7,109 

$40,  960 


HARRISON  AVENUE    (From  Treadwel I  Court    to    Massachusetts  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $77,800 


SY 

7,178 

5.80 

$41,632 

LF 

281 

2.60 

731 

LF 

335 

5.20 

1,742 

LF 

185 

8.00 

1,480 

SY 

2,877 

6.50 

18,701 
$64,286 

g-21% 

13,500 
$77,786 
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HARRISON  AVENUE    (From  Massachusetts  Avenue    to    East  Newton  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $60,550 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

5,644 

5.80 

$32,735 

LF 

1,758 

2.60 

4,571 

LF 

40 

8.00 

320 

SY 

1,911 

6.50 

12,422 

$50,048 

ig  -  21% 

10,510 
$60, 558 

HARRISON  AVENUE    (From  East  Newton  Street    to    Monsignor  Reynolds  Way) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4,  5  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $69,500 


SY 

5,822 

5.80 

$33,768 

LF 

2,045 

2.60 

5,317 

LF 

255 

5.20 

1,326 

LF 

50 

8.00 

400 

SY 

2,555 

6.50 

16,608 

$57,419 

12,058 

$69,477 


HARRISON  AVENUE    (From  Monsignor  Reynolds  Way    to    Dover  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $87,150 


SY 

7,289 

5.80 

$42,276 

LF 

760 

2.60 

1,976 

LF 

890 

5.20 

4,628 

LF 

200 

8.00 

1,600 

SY 

3,315 

6.50 

21,548 
$72,028 

g-21% 

15,126 
$87, 1 54 
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HOLYOKE  STREET    (From  Alley  542    to    Columbus  Avenue) 
RESURFACE,  INTERIOR    (SE  10-1) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

340 

1.60 

544 

LF 

180 

2.60 

468 

SY 

160 

6.15 

984 

Bituminous  Concrete  Surface 

On  Existing  Surface 

Edgestone  Reset  (Line  &  Grade) 

Artificial  Stone  Sidewalk  -  Reconst.  

$  1 , 996 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  419 

$  2,415 
USE  $2,400 


KENDALL  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 

RECONSTRUCT,  INTERIOR    (SE  10  -  6  &  7) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"-10")  Reconst. 

Edgestone  Reset  (Line  &  Grade) 

Artificial  Stone  Sidewalk  -  Reconst.  

$23,463 
Contingencies,  Unit  Cost  Increase,   Engineering  -  21%  4,927 

$28,390 
USE  $28,400 


SY 

3,020 

4.80 

$14,496 

LF 

1,171 

2.60 

3,045 

SY 

911 

6.50 

5,922 

LAWRENCE  STREET    (From  Dartmouth  Street    to    Clarendon  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-1) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"-10")  Reconst.  SY  1,222  4.80  $5,866 

Artificial  Stone  Sidewalk  -  Reconst.  SY  61  6.50  397 

$  6,263 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  1/315 

$  7,578 
USE  $7,600 
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LENOX  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  6  &  7) 


UNIT 


SY 


Bituminous  Concrete  Pavement 
(2  1/2"  -4"-10")  Reconst. 
Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $21,600 


QUANTITY 


1,940 


UNIT 
COST 


TOTAL 


4.80         $  9,312 


SY 

895 

2.80 

2,506 

LF 

790 

2.60 

2,054 

SY 

614 

6.50 

3,991 

$17,863 

3,751 

$21,614 


MALDEN  STREET    (From  Harrison  Avenue    to  Albany  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-  5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $37,300 


SY 

3,711 

5.80 

$21,524 

LF 

33 

2.60 

86 

LF 

883 

2.80 

2,472 

SY 

1,040 

6.50 

6,760 
$30,842 

g-21% 

6,477 
$37,319 

MASSACHUSETTS  AVENUE    (From  Shawmut  Avenue    to    Washington  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 


SY 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $7,250 


1,030 


5.80 


5,974 
$  5,974 

1,255 
$  7,229 
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MASSACHUSETTS  AVENUE    (From  Washington  Street    to    Harrison  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"- 12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $18,000 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,346 

5.80 

$13,607 

LF 

330 

2.60 

858 

SY 

66 

6.50 

429 
$14,894 

)g  -  21% 

3,129 
$18,023 

MASSACHUSETTS  AVENUE    (From  Harrison  Avenue    to    Albany  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Nev^  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $30,350 


SY 

2,729 

5.80 

$15,828 

LF 

165 

2.60 

429 

LF 

40 

5.20 

208 

LF 

240 

8.00 

1,920 

SY 

1,033 

6.50 

6,715 

$25,100 

5,271 

$30,371 


MILFORD  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  1,  2  &  5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $26,500 


SY 

2,380 

4.80 

$11,424 

LF 

1,220 

2.60 

3,172 

LF 

32 

8.00 

256 

SY 

1,084 

6.50 

7,046 
$21,898 

g-21% 

4,599 

$26,497 
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MONSIGNOR  REYNOLDS  WAY    (From  Washington  Street    to    Harrison  Avenue) 


RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  5) 


UNIT 


SY 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Bituminous  Concrete  Surface  Rebuilt  On 
Exist.   Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
Mew  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $17,100 


QUANTITY 


1,389 


UNIT 
COST 


TOTAL 


5.80         $  8,056 


SY 

1,122 

2.80 

3,142 

LF 

26 

2.60 

68 

LF 

265 

2.80 

742 

LF 

535 

1.00 

535 

LF 

125 

8.00 

1,000 

SY 

90 

6.50 

585 
$14,128 

g  -21% 

2,967 

$17,095 


NEW  ALBANY  STREET  FRONTAGE  ROAD    (From  Massachusetts  Avenue    to    New  East  Brook! ine 

Street  Extension) 
NEW,   BOUNDARY    (SE  10  -  7  &  8) 


CY 


Excavation  for  Subgrading 
Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  New 
New  Straight  Edgestone,  Type  VA4 
New  Curved  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  New 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $93,550 


4,935 


2.20  $10,857 


SY 

7,408 

4.40 

32,595 

LF 

2,985 

5.20 

15,522 

LF 

220 

8.00 

1,760 

SY 

2,693 

6.15 

16,562 
$77,296 

g-  21% 

16,232 

$93,528 
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NEW  ALBANY  STREET  FRONTAGE  ROAD    (From  New  East  Brookllne  Street  Extension    to 

New  Maiden  Street  Extension) 
NEW,  BOUNDARY   (SE  10  -  7) 

UNIT 
UNIT  QUANTITY  COST         TOTAL 

Excavation  for  Subgrading  CY  4,320  2.20  $  9,504 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -  12")  New 

New  Straight  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  New 


SY 

6,480 

4.40 

28,512 

LP 

3,040 

5.20 

15,808 

SY 

2,370 

6.15 

14,576 
$68,400 

g-21% 

14,364 
$82,764 

SY 

1,830 

4.40 

8,052 

LP 

965 

5.20 

5,018 

LP 

235 

8.00 

1,880 

SY 

915 

6.15 

5,627 
$23,261 

g-21% 

4,885 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $82,750 


NEW  ALBANY  STREET  FRONTAGE  ROAD    (From  New  Maiden  Street  Extension    to   Albany  Street) 

NEW,   BOUNDARY    (SE  10  -  8) 

Excavation  for  Subgrading  CY  1,220  2.20  $2,684 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  New 

New  Straight  Edgestone,  Type  VA4 

New  Curved  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  New 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

$28,146 
USE  $28,150 


NEW  60'  STREET  (NEW  MALDEN  STREET  EXTENSION)    (From  Albany  Street    to    New  Albany 

Street  Frontage  Road) 
NEW,   INTERIOR    (SE  10-  5) 

Excavation  for  Subgrading  CY  890  2.20  $1,958 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  New 

New  Straight  Edgestone  -  Type  VA4 

New  Circular  Edgestone  -  Type  VA4 

Artificial  Stone  Sidewalk  -  New 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $19,800 


SY 

1,330 

4.40 

5,852 

LP 

480 

5.20 

2,496 

LP 

188 

8.00 

1,504 

SY 

742 

6.15 

4,563 
$16,373 

g  -  21% 

3,438 

$19,811 


Boston  R-56/R-224  (2)  Exhibit  "B"  23  of  51 

-52- 


NEW  50'  STREET  (NEW  EAST  BROOKLINE  STREET  EXTENSION)  (From  Albany  Street    to    New 

Albany  Street  Frontage  Road) 


NEW,  INTERIOR    (SE  10-  8) 


UNIT 


CY 


Excavation  for  Subgrading 
Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  New 
New  Straight  Edgestone,   Type  VA4 
New  Curbed  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  New 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $21,450 


QUANTITY 


430 


UNIT 
COST 


TOTAL 


2.20  $       946 


SY 

1,570 

4.40 

6,908 

LF 

740 

5.20 

3,848 

LP 

144 

8.00 

1,152 

SY 

790 

6.15 

4,859 
$17,713 

g-21% 

3,720 
$21,433 

NEW  50'  STREET    (From  Plympton  Street  to  Wareham  Street,   Between  Harrison  Avenue  &  Albany 
Street) 


CY 


NEW,  INTERIOR    (SE  10-  5) 

Excavation  for  Subgrading 
Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -12")  New 
New  Straight  Edgestone,   Type  VA4 
New  Curved  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  New 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $12,500 


554 


2.20 


1,219 


SY 

831 

4.40 

3,656 

LF 

365 

5.20 

1,898 

LF 

123 

8.00 

984 

SY 

420 

6.15 

2,583 
$10,340 

g-21% 

2,171 

$12,511 
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SY 

1,095 

4.40 

4,818 

LF 

335 

5.20 

1,742 

LF 

250 

8.00 

2,000 

SY 

520 

6.15 

3,198 
$13,364 

g-21% 

2,806 

NEW  50'  STREET    (NORTHAMPTON  STREET  RELOCATED)     (From  Shawmut  Avenue    to 

Northampton  Street) 
NEW,   INTERIOR    (SE  10  -  7) 

UNIT 
UNIT  QUANTITY  COST         TOTAL 

Excavation  for  Subgrading  CY  730  2.20  $    1,606 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  New 

New  Straight  Edgestone,  Type  VA4 

New  Curved  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  New 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

$16,170 
USE  $16,150 


NEW  50'  STREET   (EAST  LENOX  STREET  EXTENDED)  (From  Fellows  Street    to    Albany  Street) 

NEW,  INTERIOR    (SE  10-  7) 

Excavation  for  Subgrading  CY  630  2.20  1,386 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  New 

New  Straight  Edgestone,   Type  VA4 

New  Curved  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  New 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $14,700 

NEW  60'  STREET    (From  Maiden  Street    to    Randolph  Street) 

NEW,   INTERIOR  (SE  10-  5) 

Excavation  for  Subgrading  CY  1,640  2.20  3,608 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"-12")  New 

New  Straight  Edgestone  -  Type  VA4 

New  Circular  Edgestone  -  Type  VA4 

Artificial  Stone  Sidewalk  -  New 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $44, 900 


SY 

945 

4.40 

4,158 

LF 

420 

5.20 

2,184 

LF 

158 

8.00 

1,264 

SY 

514 

6.15 

3,161 
$12,153 

g-21% 

2,552 
$14,705 

SY 

3,330 

4,40 

14,652 

LF 

1,440 

5.20 

7,488 

LF 

102 

8.00 

816 

SY 

1,715 

6.15 

10,547 
$37,111 

g  -  21% 

7,793 

$44,904 
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NEW  24'  ALLEY    (From  East  Brookline  Street    to    Thorn  Street) 
NEW,  INTERIOR    (SE  10  -  7  &  8) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

990 

3.50 

$  3,465 

LF 

64 

8.00 

512 

LP 

1,045 

2.30 

2,404 
$  6,381 

ig  -  21% 

1,340 
$  7,721 

Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  New 
New  Curved  Edgestone,   Type  VA4 
Used  Edgestone  Reset 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $7,700 


NEW  24'  ALLEY    (From  Northampton  Street    to    Northampton  Street,   Between  Tremont  Street 
and    Shawmut  Avenue) 

NEW,  INTERIOR    (SE  10-7) 

Excavation  for  Subgrading  CY  675  2.20  $1,485 

Bituminous  Concrete  Pavement 


SY 

1,293 

3.50 

4,526 

LF 

940 

5.20 

4,888 

LF 

190 

8.00 

1,520 

(2  1/2" -4"  -  10")  New 

New  Straight  Edgestone,   Type  VA4 

New  Curved  Edgestone,  Type  VA4 

$12,419 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  2,608 

$15,027 
USE  $15,050 

NEWCOMB  STREET    (From  Washington  Street    to    Reed  Street) 

RECONSTRUCT,  INTERIOR    (SE  10  -  7) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 

Artificial  Stone  Sidewalk  -  Reconst.  

$  9,712 
Contingencies,   Unit  Cost  Increase,  Engineering  -   21%  2,040 

$  1 1 , 752 
USE  $11,750 


SY 

834 

5.80 

4,837 

LF 

780 

2.60 

2,028 

SY 

438 

6.50 

2,847 
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NORTHAMPTON  STREET    (From  Columbus  Avenue    fo  Tremont  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  3  &  4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidev/alk  -  Reconst. 
Excavate  Street  Railway  Pavement 
&  Base 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $22,200 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,735 

4.80 

$  8,328 

LF 

320 

2.60 

832 

SY 

355 

6.50 

2,308 

CY 

460 

15.00 

6,900 
$18,368 

ig  -  21% 

3,857 

$22,225 


NORTHAMPTON  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,  Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Excavate  Street  Railway  Pavement 
&  Base 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $44,350 


SY 

3,480 

5.80 

$20,184 

LF 

60 

1.00 

60 

LF 

10 

5.20 

52 

LF 

64 

8.00 

512 

SY 

372 

6.50 

2,418 

CY 

895 

15.00 

13,425 
$36,651 

g-21% 

7,697 
$44,348 
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NORTHAMPTON  STREET    (From  Comet  Place    to    Washington  Street) 


RECONSTRUCT,  INTERIOR    (SE  10  -  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Excavate  Street  Railway  Pavement 
&  Base 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

566 

5.80 

$  3,283 

LF 

160 

2.60 

416 

LP 

60 

2.80 

168 

LF 

32 

8.00 

256 

SY 

222 

6.50 

1,443 

CY 


Contingencies,  Unit  Cost  Increase,  EngineerIng-21% 

USE  $9,650 


160 


15.00 


2,400 
$  7,966 

1,673 
$  9,639 


NORTHAMPTON  STREET    (From  Washington  Street    to    Harrison  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"-  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Excavate  Street  Railway  Pavement 
&  Base 


SY 
LF 
LF 
SY 

CY 


Contingencies,  Unit  Cost  Increase,  Engineering-  21% 

USE  $44,700 


2,550 

1,080 

270 

1,200 

675 


5.80 

$14,790 

2.60 

2,808 

5.20 

1,404 

6.50 

7,800 

5.00 

10,125 

$36, 927 

7,755 

$44,682 
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NORTHAMPTON  STREET    (From  Harrison  Avenue    to    Albany  Street) 


RECONSTRUCT,  INTERIOR  (SE  10  -  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6" -12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Loam  &  Seed 
Excavate  Street  Railway 
Pavement  &  Base 


Contingencies,  Unit  Cost  Increase,  Engineering  21% 

USE  $44,450 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,850 

5.80 

$16,530 

LF 

850 

2.60 

2,210 

LF 

150 

1.00 

150 

LF 

270 

8.00 

2,160 

SY 

1,244 

6.50 

8,086 

SY 

310 

1.35 

419 

CY 

480 

15.00 

7,200 
$36, 755 

ig21% 

7,719 

$44,474 

PARMELEE  STREET    (From  Northampton  Street    to    Trask  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,300 


SY 

178 

4.80 

854 

LF 

215 

2.60 

559 

SY 

71 

6.50 

468 
$   1,881 

g-21% 

395 
$  2,276 

PERRY  STREET    (From  Washington  Street    to    Harrison  Avenue) 
RESURFACE,  INTERIOR    (SE  10-5) 


Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $5,300 


SY 

650 

2.80 

1,820 

LF 

390 

2.60 

1,014 

SY 

238 

6.50 

1,547 

$  4,381 

920 

$  5,301 
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PRIVATE  ALLEY    (From  Private  Alley    to    250'  West,   Between  West  Springfield    &    Worcester  Streets) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

390 

4.80 

$   1,872 

IF 

500 

2.60 

1,300 
$  3,172 

ig  -  21% 

666 

Bituminous  Concrete  Pavement 
(2  1/2"  -4"-10")  Reconst. 
tdgestone  Reset  (Line  &  Grade) 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

$  3,838 
USE  $3,850 


PRIVATE  ALLEY  80'  WEST  OF  TREMONT  STREET    (From  Rutland  Square    to    West  Newton  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-4) 

Bituminous  Concrete  Pavement 
(2  1/2"  -4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 


SY 

223 

4.80 

$   1,070 

LF 

380 

2.60 

988 
$  2,058 

g-21% 

432 
$  2,490 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,500 


PRIVATE  ALLEY  (From  West  Springfield  Street    to    Private  Alley  90'  East,   Between  Columbus  Avenue 
and  Tremont  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-4) 

Bituminous  Concrete  Pavement 

(2  1/2" -4"-10")  Reconst.  SY  100  4.80  480 

$       480 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  101 

$       581 
USE  $600 
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PRIVATE  ALLEY     (From  West  Canton  Street    to    Dartmouth  Street,   Between  Warren  Avenue  & 
Appleton  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-  1) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

960 

4.80 

$  4,608 

LF 

360 

2.60 

936 

LF 

360 

2.80 

1,008 

SY 

400 

6.50 

2,600 

Bituminous  Concrete  Pavement 
(2  1/2"  -  4"- 10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 

$  9,152 
Contingencies,   Unit  Cost  Increase,   Engineering  -  21%  1,922 

$11,074 
USE  $11,050 

PRIVATE  ALLEY  NO.  813    (From  Alley  No.  814    to    340'  West) 

RECONSTRUCT,  INTERIOR    (SE  10  -  3  &  4) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  4" -10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,800 

PRIVATE  ALLEY  NO.  814    (From  Northampton  Street    to    Private  Alley  No.  813) 

RECONSTRUCT,  INTERIOR    (SE  10-4) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"  -  10")  Reconst.                                  SY                           130                   4.80  624 

Edgestone  Reset  (Line  &  Grade)                              LF                             180                    2.60  468 

$  1,092 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  229 

$  1,321 
USE  $1,300 


SY 

455 

4.80 

$  2,184 

LF 

680 

2.60 

1,768 
$  3,952 

g-21% 

830 
$  4,782 
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PUBLIC  ALLEY  NO.  539    (From  West  Newton  Street    to    Braddock  Park) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

195 

4.80 

$       936 

LF 

50 

2.30 

115 

LF 

50 

1.00 

50 

SY 

6 

6.50 

39 

USE  $1,400 

PUBLIC  ALLEY  NO.  543    (From  Holyoke  Street    to    West  Canton  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-  1) 

Bituminous  Concrete  Pavement 

(  2  1/2"  -  4"  -  10")   Reconst. 

Used  Edgestone  Reset 

Remove  Edgestone  &  Haul  to  City  Yard 

Artificial  Stone  Sidewalk  -  Reconst. 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,400 


Bituminous  Concrete  Pavement 

(2  1/2"  -  4"  -  10")  Reconst. 

Used  Edgestone  Reset 

Remove  Edgestone  &  Haul  to  City  Yard 

Artificial  Stone  Sidewalk  -  Reconst. 

$   1,140 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  239 

$   1,379 
USE  $1,400 

PUBLIC  ALLEY  NO.  542    (From  Braddock  Park    to    Holyoke  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-  1) 

Bituminous  Concrete  Pavement 

(2  1/2"  -4"  -  10")  Reconst. 

Used  Edgestone  Reset 

Remove  Edgestone  &  Haul  to  City  Yard 

Artificial  Stone  Sidewalk  -  Reconst. 

$   1,140 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  239 


SY 

195 

4.80 

$ 

936 

LF 

50 

2.30 

115 

LF 

50 

1.00 

50 

SY 

6 

6.50 

39 

$   1,379 


SY 

195 

4.80 

936 

LF 

50 

2.30 

115 

LF 

50 

1.00 

50 

SY 

6 

6.50 

39 
$   1,140 

g-21% 

239 

$   1,379 
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PUBLIC  ALLEY  NO.  710    (From  East  Newton  Street    to    East  Brookline  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7  &  8) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

950 

4.80 

$  4,560 

LF 

335 

2.60 

871 

LF 

330 

2.80 

924 

SY 

228 

6.50 

1,482 

Bituminous  Concrete  Pavement 
(2  1/2 "-4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidev^alk  -  Reconst. 

$  7,837 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,646 

$  9,483 
USE  $9,500 

RANDALL  STREET    (From  Fellows  Street    to    Albany  Street) 

RECONSTRUCT,  INTERIOR    (SE  10  -  7) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -12")  Reconst.  SY  982 

Edgestone  Reset  (Line  &  Grade)  LF  220 

Edgestone  Removed,   Relocated  &  Reset  LF  220 

New  Circular  Edgestone,  Type  VA4  LF  118 

Artificial  Stone  Sidewalk  -  Reconst.  SY  496 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $13,350 

RANDOLPH  STREET    (From  New  60'  Street    to    Albany  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-5) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Circular  Edgestone  -  Type  VA4 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $25,350 


5.80 

$  5,696 

2.60 

572 

2.80 

616 

8.00 

944 

6.50 

3,224 

$11,052 

2,321 

$13,373 

SY 

1,910 

5,80 

$11,078 

LF 

720 

2.80 

2,016 

SY 

995 

6.50 

6,468 

LF 

174 

8.00 

1,392 
$20,954 

g  -  21% 

4,400 

$25,354 
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REED  STREET    (From  Thorndike  Streef    to    East  Lenox  Street) 


RECONSTRUCT,  INTERIOR    (SE  10-7) 


Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -  12")  Reconst. 

Edgestone  Reset  (Line  &  Grade) 

Edgestone  Removed,   Relocated  &  Reset 

Used  Edgestone  Reset 

New  Circular  Edgestone,   Type  VA4 

Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $18,600 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,510 

5.80 

$  8,758 

LF 

315 

2.60 

819 

LF 

320 

2.80 

896 

LF 

75 

2.30 

173 

LF 

56 

8.00 

448 

SY 

657 

6.50 

4,271 
$15,365 

ig  -  21% 

3,227 
$18,592 

RINGGOLD  STREE1(From  Waltham  Street    to    Hanson  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,100 


SY 

350 

4.80 

$   1,680 

LF 

18 

2.60 

47 

SY 

129 

6.50 

839 
$  2,566 

g  -  21% 

539 
$  3,105 

RUTLAND  SQUARE    (From  Tremont  Street    to    Private  Alley  West) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,950 


SY 

359 

4.80 

$  1,723 

LF 

155 

2.60 

403 

SY 

173 

6.50 

1,125 

$  3,251 

g-21% 

683 
$  3,934 
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RUTLAND  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,971 

4.80 

$14,261 

LF 

144 

2.60 

374 

SY 

809 

6.50 

5,259 
$19,894 

>g  -  21% 

4,178 

$24,072 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $24,050 

RUTLAND  STREET    (From  Shawmut  Avenue    to    Washington  Street) 

RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  7) 

Bituminous  Concrete  Pavement 
(2  1/2"  -4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,450 

ST.  CHARLES  STREET    (From  South  End  By-Pass    to    Chandler  Street) 

RECONSTRUCT,  INTERIOR    (SE  10-  1) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  4"  -  10")  Reconst.  SY  695  4.80  $  3,336 

Artificial  Stone  Sidewalk  -  Reconst.  SY  38  6.50  247 

$  3,583 
Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  752 

$  4,335 
USE  $4,350 


SY 

1,133 

4.80 

$  5,438 

LF 

57 

2.60 

148 

LF 

15 

5.20 

78 

SY 

455 

6.50 

2,958 
$  8,622 

g-21% 

1,811 

$10,433 
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SAVOY  STREET    (From  Washington  Street    to    Harrison  Avenue) 


RECONSTRUCT,  INTERIOR    (SB  10-5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $12,750 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,133 

4.80 

$  5,438 

LF 

300 

3.60 

780 

LF 

300 

2.80 

840 

SY 

533 

6.50 

3,465 

$10,523 

2,210 

$12,733 


SY 

8,790 

2.80 

$24,612 

LF 

1,268 

2.60 

3,297 

SY 

2,783 

6.50 

18,090 

LF 

112 

8.00 

896 
$46, 895 

g-21% 

9,848 

SHAWMUT  AVENUE    (From  Sterling  Street    to    Massachusetts  Avenue) 
RESURFACE,  INTERIOR    (SE  10  -  6  &  7) 


Bituminous  Concrete  Surface  Rebuilt 
On  Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Circular  Edgestone,  Type  VA4 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $56,750 

SHAWMUT  AVENUE    (From  Massachusetts  Avenue  to  West  Newton  Street) 

RESURFACE,  INTERIOR    (SE  10  -  4  &  7) 

Bituminous  Concrete  Surface  Rebuilt 

On  Existing  Gran.   Block  or  Concrete  Base  SY  6,209 

Edgestone  Reset  (Line  &  Grade)  LF  872 

Artificial  Stone  Sidewalk  -  Reconst.  SY  1,565 

New  Straight  Edgestone  Type  VA  4  LF  50 

New  Circular  Edgestone  Type  VA4  LF  64 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $37,000 


$56, 743 


2.80 

$17,385 

2.60 

2,267 

6.50 

10,173 

5.20 

260 

8.00 

512 

$30,597 

6,425 

$37,022 
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SHAWMUT  AVENUE    (From  West  Newton  Street    to    Union  Park) 
RESURFACE,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.   Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone, Type  VA4 
New  Circular  Edgestone,   Type  VA4 


Contingencies,  Unit  Cost  increase.  Engineering  -  21% 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

6,564 

2.80 

$18,379 

LF 

896 

2.60 

2,330 

SY 

1,908 

6.50 

12,402 

LF 

125 

5.20 

650 

LF 

64 

8.00 

512 
$34,273 

ig  -21% 

7,197 

USE  $41,450 


$41,470 


SHAWMUT  AVENUE    (From  Union  Park    to    Dover  Street) 
RESURFACE,  INTERIOR  (SE  10  -  2,  4  &  5) 


Bituminous  Concrete  Surface  Rebuilt  On 
Existing  Gran.    Block  or  Concrete  Base 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone,   Type  VA4 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $42,200 


SY 

5,665 

2.80 

$15,862 

LF 

1,545 

2.60 

4,017 

SY 

2,289 

6.50 

14,879 

LF 

20 

5.20 

104 
$34,862 

g-21% 

7,321 

$42,183 


THORNDIKE  STREET    (From  Washington  Street    to    Reed  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $14,350 


SY 

1,367 

5.80 

$  7,929 

LF 

440 

2.60 

1,144 

LF 

30 

2.30 

69 

SY 

418 

6.50 

2,717 

$11,859 

g-21% 

2,490 

$14,349 
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TRASK  STREET    (From  Parmelee  Street    to    Harrison  Avenue) 
RECONSTRUCT,  INTERIOR  (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


UNIT 


SY 
LF 
SY 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $11,100 


QUANTITY 


840 

1,080 

360 


UNIT 
COST 


4.80 
2.60 
6.50 


TOTAL 


$  4,032 
2,808 
2,340 

$  9,180 
1,928 

$11,108 


TREMONT  STREET    (From  Weston  Street    to    Massachusetts  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  3,  4,  6  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,   Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Excavate  Street  Railway 
Pavement  &  Base 


SY 

20, 122 

5.80 

$116,708 

480 

2.60 

1,248 

2,743 

2.80 

7,680 

640 

1.00 

640 

5,427 

5.20 

28,220 

590 

8.00 

4,720 

SY 

3,447 

6.50 

22,406 

CY 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $264,250 


2,450 


15.00 


36, 750 
$218,372 

45,858 
$264,230 


Boston  R-56/R-224  (2) 


-67- 


Exhibit  "B"  38  of  51 


TREMONT  STREET    (From  Massachusetts  Avenue    to    West  Newton  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $115,800 


UNIT 

UNITY 

QUANTITY 

COST 

TOTAL 

SY 

10,624 

5.80 

$61,619 

LF 

1,543 

2.80 

4,320 

LF 

320 

1.00 

320 

LF 

2,251 

5.20 

1 1 , 705 

LF 

440 

8.00 

3,520 

SY 

2,190 

6.50 

14,235 

$95,719 

20,101 

$115,820 


TREMONT  STREET    (From  West  Newton  Street    to    Dartmouth  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4) 


Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -  12")  Reconst.  SY 

Edgestone  Removed,  Relocated  &  Reset  LF 

Remove  Edgestone  &  Haul  to  City  Yard  LF 

New  Straight  Edgestone,   Type  VA4  LF 

New  Circular  Edgestone,   Type  VA4  LF 

Artificial  Stone  Sidewalk  -  Reconst.  SY 

Excavate  Street  Railway 

Pavement  &  Base  CY 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $101,850 


7,748 
1,388 

208 
1,696 

208 
1,648 

930 


5.80 

$44,  938 

2.80 

3,886 

1.00 

208 

5.20 

8,819 

8.00 

1,664 

6.50 

10,712 

5.00 

13,950 

$84,177 

1 7, 677 

$101,854 
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TREMONT  STREET    (From  Dartmouth  Street    to    Dover  Street) 
RECONSTRUCT,  INTCRIOR    (SE  10  -  2  &  4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

10,334 

5.80 

$59,937 

LF 

1,710 

2.80 

4,788 

LF 

336 

1.00 

336 

LF 

3,140 

5.20 

16,328 

LF 

476 

8.00 

3,808 

SY 

2,114 

6.50 

13,741 

CY 

1,320 

15.00 

19,800 
$118,738 

ig-  21% 

24,935 
$143,673 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Removed,  Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Excavate  Street  Railway 
Pavement  &  Base 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $143,650 

TREMONT  STREET    (From  Dover  Street    to    South  End  By-Pass) 

RECONSTRUCT,  INTERIOR    (SE  10-2) 

Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -  12")  Reconst.                                  SY  2,639 

Edgestone  Reset  (Line  &  Grade)                               LF  430 

Used  Edgestone  Reset                                                 LF  40 

Remove  Edgestone  &  Haul  to  City  Yard                LF  125 

New  Straight  Edgestone,   Type  VA4                       LF  650 

New  Circular  Edgestone,  Type  VA                       LF  104 

Artificial  Stone  Sidewalk  -  Reconst.                    SY  8,900 
Excavate  Street  Railway 

Pavement  &  Base                                                            CY  980                   15.00             14,700 

$93,403 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  19,615 

$113,018 
USE  $113,000 


5.80 

$15,306 

2.60 

1,118 

2.30 

92 

1.00 

125 

5.20 

3,380 

8.00 

832 

6.50 

57,850 
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UNION  PARK    (From  Montgomery  Street    to    Tremont  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-  1  &4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering 

USE  $4,400 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

416 

4.80 

$   1,997 

LF 

35 

5.20 

182 

LF 

32 

8.00 

256 

SY 

186 

6.50 

1,209 

$  3,644 

765 

$  4,409 


UPTON  STREET    (From  Newland  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $3,350 


SY 

390 

4.80 

$   1,872 

LF 

95 

2.60 

247 

LF 

16 

8.00 

128 

SY 

83 

6.50 

540 
$  2,787 

g-21% 

585 

$  3,372 


WALPOLE  STREET    (From  Columbus  Avenue    to    Tremont  Street) 
RECONSTRUCT,  INTERIOR    (SE  10-6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,200 


SY 

677 

5.80 

$  3,927 

LF 

530 

2.60 

1,378 

SY 

353 

6.50 

2,295 

$  7, 600 

1,596 

$  9,196 


Boston  R-56/R-224  (2) 


-70- 


Exhibit  "B"  41  of  51 


WALTHAM  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 


RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  5) 


UNIT 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $19,600 


QUANTITY 


UNIT 
COST 


TOTAL 


SY 

2,326 

4.80 

$11,165 

LF 

600 

2.60 

1,560 

SY 

533 

6.50 

3,465 
$16,190 

ig-21% 

3,400 

$19,590 


WALTHAM  STREET    (From  Shawmut  Avenue    to    Washington  Street) 
RECONSTRUCT,  INTERIOR  (SE  10  -  5) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $11,850 


SY 

1,398 

4.80 

$  6,710 

LF 

370 

2.60 

962 

SY 

329 

6.50 

2,139 

$  9,811 

2,060 

$11,871 


WARREN  AVENUE    (From  Columbus  Avenue  to  Darmouth  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  1  &  4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,  Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $43,150 


SY 

5,337 

4.80 

$25,618 

LF 

102 

2.60 

265 

LF 

900 

5.20 

4,680 

LF 

220 

8.00 

1,760 

SY 

511 

6.50 

3,322 

$35,645 

7,485 

$43,130 


Boston  R-56/R-224  (2) 


-71- 


Exhibit  "B"  42  of  51 


WARREN  AVENUE    (From  Dartmouth  Street    to    Clarendon  Street) 


RECONSTRUCT,  INTERIOR    (SE  10-  1) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk,   Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering-   21% 

USE  $35,450 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

2,933 

4.80 

$14,078 

LF 

550 

2.60 

1,430 

LF 

500 

5.20 

2,600 

LF 

96 

8.00 

768 

SY 

1,603 

6.50 

10,420 

$29,296 

6,152 

$35,448 


WARREN  AVENUE    (From  Clarendon  Street    to    Berkeley  Street) 
RECONSTRUCT,  INTERIOR   (SE  10-1  &  2) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
LF 
LF 
SY 


3,316 

875 

265 

50 

1,589 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $40,650 
WARWICK  STREET    (From  Windsor  Street    to    Hammond  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


SY 
LF 
LF 
LF 
SY 


,560 

730 

20 

32 

575 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $16,300 


5.80 

$19,233 

2.60 

2,275 

5.20 

1,378 

8.00 

400 

6.50 

10,329 

$33,615 

7,059 

$40,  674 

4.80 

$  7,488 

2.60 

1,898 

5.20 

104 

8.00 

256 

6.50 

3,738 

$13,484 

2,832 

$16,316 
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WASHINGTON  STREET    (From  Sterling  Street    to    Massachusetts  Avenue) 
RECONSTRUCT,  INTERIOR   (SE  10-7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $158,050 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

14,600 

5.80 

$84, 680 

1,038 

2.60 

2,699 

1,310 

2.80 

3,668 

512 

1.00 

512 

2,980 

5.20 

15,496 

485 

8.00 

3,880 

SY 

3,030 

6.50 

19,695 

$130,630 

27,432 

$158,062 


WASHINGTON  STREET    (From  Massachusetts  Avenue    to    East  Newton  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $96,450 


SY 

10,750 

5.80 

$62,350 

LF 

1,873 

5.20 

9,740 

LF 

344 

8.00 

2,752 

SY 

751 

6.50 

4,882 
$79, 724 

g-21% 

16,742 

$96,466 
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WASHINGTON  STREET    (From  East  Newton  Street    to    Monsignor  Reynolds  Way) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

8,753 

5.80 

$50,767 

LF 

170 

2.60 

442 

LF 

70 

2.80 

196 

LF 

1,780 

5.20 

9,256 

LF 

146 

8.00 

1,168 

SY 

966 

6.50 

6,279 
$68,108 

ig  -  21% 

14,303 
$82,411 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,  Relocated  &  Reset 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 

Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $82,400 

WASHINGTON  STREET    (From  Mongisnor  Reynolds  Way    to    Dover  Street) 

RESURFACE,  INTERIOR   (SE  10  -  4  &  5) 

Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,   Relocated  &  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 

$48,077 
Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  10,096 

$58,  1 73 
USE  $58,200 


SY 

11,861 

1.60 

$18,978 

LF 

220 

2.60 

572 

LF 

1,200 

2.80 

3,360 

SY 

3,014 

6.50 

19,591 

LF 

740 

5.20 

3,848 

LF 

216 

8.00 

1,728 
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WASHINGTON  STREET    (From  Dover  Street    to    Herald  Street) 


RECONSTRUCT,   BOUNDARY    (SE  10  -  2) 


UNIT 
UNIT  QUANTITY  COST  TOTAL 


Bituminous  Concrete  Pavement 

(2  1/2"  -  6"  -  12")  Reconst.  SY 

Edgestone  Removed,  Relocated  &  Reset  LF 

New  Circular  Edgestone,   Type  VA4  LF 

Artificial  Stone  Sidewalk  -  Reconst,  SY 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $71,950 


6,670 

5.80 

$38,686 

1,715 

2.80 

4,802 

295 

8.00 

2,360 

2,215 

6.15 

13,622 

$59,470 

12,489 

$71,959 


SY 

2,645 

5.80 

$15,341 

LF 

1,150 

2.60 

2,990 

LF 

250 

2.30 

575 

SY 

1,155 

6.50 

10,108 
$29,014 

-  21% 

6,093 

$35,107 


WEST  BROOKLINE  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 

RECONSTRUCT,  INTERIOR    (SE  10-4) 

Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 

Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $35,100 

WEST  BROOKLINE  STREET    (From  Shawmut  Avenue    to    Washington  Street) 

RESURFACE,   INTERIOR    (SE  10-4) 

Bituminous  Concrete  Surface 

On  Existing  Surface  SY  1,133  1.60  1,813 

Edgestone  Reset  (Line  &  Grade)  LF  60  2.60  156 

Artificial  Stone  Sidewalk  -  Reconst.  SY  533  6.50  3,465 

$  5,434 
Contingencies,   Unit  Cost  Increase,  Engineering  -  21%  ]  ,]4] 

$  6,575 
USE  $6,600 
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WEST  CANTON  STREET    (From  South  End  By-Pass  to    Columbus  Avenue) 
RESURFACE,  INTERIOR    (SE  10  -  5  &  8) 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,350 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,475 

1.60 

$  2,360 

LF 

100 

2.60 

260 

SY 

156 

6.15 

959 
$  3,579 

-  21% 

752 

$  4,331 


WEST  CANTON  STREET    (From  Columbus  Avenue    to    Warren  Avenue) 
RESURFACE,  INTERIOR    (SE  10  -  1  &  4) 


Bituminous  Concrete  Surface 
On  Existing  Surface 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 
New  Circular  Edgestone,   Type  VA4 
Used  Edgestone  Reset 
Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 


SY 
LF 
SY 
LF 
LF 

SY 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $5,400 


928 

1.60 

$   1,485 

50 

2.60 

130 

244 

6.15 

1,501 

32 

8.00 

256 

80 

2.30 

184 

189 

4.80 

907 

$4,463 

937 

$  5,400 


WEST  CONCORD  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $27,500 


SY 

2,984 

5.80 

$17,307 

LF 

150 

2.60 

390 

SY 

772 

6.50 

5,018 
$22,715 

-  21% 

4,770 
$27,485 
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WEST  CONCORD  STREET    (From  Shawmut  Avenue    to    Washington  Street) 
RECONSTRUCT,  INTERIOR    (SE  10  -  4  &  7) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $11,400 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,133 

5.80 

$  6,571 

LF 

300 

2.60 

780 

LF 

20 

5.20 

104 

SY 

302 

6.50 

1,963 

$  9,418 

ig  -  21% 

1,978 
$11,396 

WEST  DEDHAM  STREET    (From  Tremont  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  6"  -  12")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $32,050 


SY 

2,410 

5.80 

$13,978 

LF 

1,045 

2.60 

2,717 

LF 

235 

2.30 

541 

SY 

1,425 

6.50 

9,263 
$26,499 

g-21% 

5,565 
$32,064 

WEST  NEWTON  STREET    (From  South  End  By-Pass    to    Columbus  Avenue) 
RESURFACE,  INTERIOR    (SE  10  -  1  &  4) 


Bituminous  Concrete  Surface 

On  Existing  Surface 

Edgestone  Reset  (Line  &  Grade) 

Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,950 


SY 

1,435 

1.60 

$  2,296 

LF 

400 

2.60 

1,040 

SY 

390 

6.15 

2,399 

$  5,735 

1,204 

$  6,939 
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WEST  NEWTON  STREET    (From  Columbus  Avenue    to    140'  East) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Used  Edgestone  Reset 
Artificial  Stone  Sidewalk  -  Reconst. 
Loam  &  Seed 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,000 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

530 

4.80 

$  2,544 

LF 

120 

2.60 

312 

LF 

130 

2.30 

299 

SY 

110 

6.50 

715 

SY 

200 

1.35 

270 

$  4,140 

869 

$  5,009 


WEST  NEWTON  STREET    (From  Tremont  Street    to    Alley  90'  North) 
RESURFACE,  INTERIOR  (SE  10  -  4) 


Bituminous  Concrete  Surface 

On  Existing  Surface 

Edgestone  Reset  (Line  &  Grade) 

Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,000 


SY 

340 

1.60 

$       544 

LF 

71 

2.60 

185 

SY 

142 

6.50 

923 
$   1,652 

g-21% 

347 

$   1,999 


WEST  RUTLAND  SQUARE    (From  South  End  By-Pass    to    Columbus  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Remove  Edgestone  &  Haul  to  City  Yard 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 
Loam  &  Seed 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $21,300 


SY 

1,978 

4.80 

$  9,494 

LF 

120 

1.00 

120 

LF 

425 

8.00 

3,400 

SY 

680 

6.50 

4,420 

SY 

140 

1.35 

189 
$17,623 

g-21% 

3,701 
$21,324 
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WEST  SPRINGFIELD  STREET    (Tremonf  Street    to    Concord  Place) 


RECONSTRUCT,  INTERIOR    (SE  10-4) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Artificial  Stone  Sidewalk  -  Reconst. 


UNIT 


SY 
LF 

SY 


Contingencies,   Unit  Cost  Increase,   Engineering  -  21% 

USE  $3,100 


QUANTITY 


340 
100 
100 


UNIT 
COST 


4.80 
2.60 
6.50 


TOTAL 


$  1,632 
260 
650 

$  2,542 
534 

$  3,076 


WINDSOR  STREET    (From  Cabot  Street    to    Shawmut  Avenue) 
RECONSTRUCT,  INTERIOR    (SE  10-  6) 


Bituminous  Concrete  Pavement 
(2  1/2"  -  4"-  10")  Reconst. 
Edgestone  Reset  (Line  &  Grade) 
Edgestone  Removed,   Relocated  &  Reset 
New  Straight  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $43,200 


SY 

3,930 

4.80 

$18,864 

LF 

1,585 

2.60 

4,121 

LF 

350 

2.80 

980 

LF 

50 

5.20 

260 

SY 

1,765 

6.50 

11,473 

$35,698 

7,497 

$43,195 


WORCESTER  STREET    (From  Tremont  Street    to    350"  West) 


CY 


RECONSTRUCT,  INTERIOR    (SE  10-4) 

Excavation  for  Subgrading 
Bituminous  Concrete  Pavement 
(2  1/2"  -  4"  -  10")  Reconst. 
Edgestone  Removed,   Relocated  &  Reset 
New  Straight  Edgestone,   Type  VA4 
New  Circular  Edgestone,   Type  VA4 
Artificial  Stone  Sidewalk  -  Reconst. 


Contingencies,   Unit  Cost  Increase,  Engineering  -  21% 

USE  $23,300 


630 


2.20  $  1,386 


SY 

1,630 

4.80 

7,824 

LF 

440 

2.80 

1,232 

LF 

210 

5.20 

1,092 

LF 

430 

8.00 

3,440 

SY 

658 

6.50 

4,277 
$19,251 

g-21% 

4,043 

$23,294 
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YARMOUTH  STREET  (From  South  End  Bypass  to  Columbus  Avenue) 


RESURFACE,  INTERIOR  (SE  10-1) 


UNIT 
UNIT  QUANTITY  COST  TOTAL 


Bituminous  Concrete  Surface 

on  Existing  Surface                                                       SY                          1,605                    1.60        $  2,568 

Edgestone  Reset  (Line  &  Grade)                                LF                               100                   2.60  260 

Artificial  Stone  Sidewalk-Reconst.                         SY                             268                   6.15  1,648 

$  47?76 

Contingencies,  Unit  Cost  Increase,  Engineering-21  %  940 

$  5,416 
USE  $  5,400 

SOUTH  END  BYPASS  SYSTEM 

SOUTH  END  BYPASS  (As  at  Grade  Local  Street  from  Inner  Belt  Frontage  Road  to  Dartmouth  Street 

at  Southwest  Expressway) 

NEW  BOUNDARY  (Not  shown  on  plans.) 

Pavement  and  Drainage  SY  35,278  4.50        $158,751 

Earthwork  CY  140,000  2,00  280,000 

Walls  (Bin  Type)  LF  4,200  69.00  289,800 

Miscellaneous  (10%  of  the  3  above  items)  LS  72,855 

$801,406 
Contingencies,  Unit  Cost  Increase,  Engineering-21  %  168,295 

$969,701 
USE  $  970,000 

HERALD  STREET  EXTENSION  (From  Columbus  Avenue  to  Washington  Street) 
NEW  BOUNDARY  (SE  10-1  &  2) 


Viaduct 

SF 

40,000 

Bridges 

SF 

11,000 

R.R.  Force  Account  and  Miscellaneous 

LS 

22.00        $880,000 

20.00  220,000 

100,000 


$  1,200,000 
Contingencies,  Unit  Cost  Increase,  Engineering-21  %  252,000 

$  1,452,000 
USE  $  1,452,000 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

CODE  NO.  R-224 

(2) 

EXHIBIT  "C"  -  STREETS  -  UNIT  COSTS 

BITUMINOUS  CONCRETE  PAVEMENT  (2  l/2"-6"-12")  - 

NEW 

QUANTITY 

UNIT 

( 

UNIT 

PERS.Y. 

COST 

TOTAL 

Bank  Gravel  (12")  (3300  * /C  .^ .)                               Ton 

0.55 

2.20 

1.21 

Crushed  Stone  for  Macadam  Base                                 Ton 

0.28 

4.40 

1.23 

OA  Asphalt                                                                        Gal. 

3.00 

0.22 

.66 

Bituminous  Concrete  (2-1   1/4"  Courses)                     Ton 

0.15 

8.25 

1.24 
$4.34 

USE  $4.40  PERS.Y. 

BITUMINOUS  CONCRETE  PAVEMENT  (2  1/2"-6"-12")  - 

RECONSTRUCTED 

1.65 

Existing  Pavement  Removed                                             S.Y. 

1.00 

1.65 

Excavation  for  Subgrading  (6"  Average)                     C.Y. 

0.17 

2.20 

0.37 

Bank  Gravel  (6"  Average)                                               Ton 

0.28 

2.20 

0.62 

Crushed  Stone  for  Macadam  Base                                  Ton 

0.28 

4.40 

1.23 

OA  Asphalt                                                                        Gal. 

3.00 

0.22 

0.66 

Bituminous  Concrete  (2-1   1/4"  Courses)                     Ton 

0.15 

8.25 

1.24 
%5.77 

USE  $5.80  PERS.Y. 

BITUMINOUS  CONCRETE  PAVEMENT  (2  1/2"-4"-10")  - 

NEW 

0.46 

2.20 

Bank  Gravel  (10")                                                              Ton 

1.01 

Crushed  Stone  for  Macadam  Base                                  Ton 

0.18 

4.40 

0.79 

OA  Asphalt                                                                            Gal. 

2.00 

0.22 

0.44 

Bituminous  Concrete  (2-1   1/4"  Courses)                    Ton 

0.15 

8.25 

1.24 

$3.48 

USE  $3.50  PERS.Y. 
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BITUMINOUS  CONCRETE  PAVEMENT  (2  l/2"-4"-10")  -  RECONSTRUCTED 


Existing  Pavement  Removed 

Excavation  for  Subgrading  (4"  Average) 

Bank  Gravel  (4"  Average) 

Crushed  Stone  for  Maco'lam  Base 

OA  Asphalt 

Bituminous  Concrete  (2-1   1/4"  Courses) 


UNIT 

S.Y. 

C.Y. 

Ton 

Ton 

Gal. 

Ton 


QUANTITY 

UNIT 

PERS.Y. 

COST 

TOTAL 

1.00 

1.65 

1.65 

0.12 

2.20 

0.26 

0.18 

2.20 

0.40 

0.18 

4.40 

0.79 

2.00 

0.22 

0.44 

0.15 

8.25 

1.24 

USE  $4.80  PERS.Y. 


|4~78 


BITUMINOUS  CONCRETE  SURFACE  ON  EXISTING  SURFACE 


Cleaning  and  Preparing  Existing  Surface 
Tack  Coat 

Bituminous  Concrete  (2-1   1/4"  Courses  + 
Allov/ance  of  1/2"  for  Leveling) 


USE  $1.60  PERS.Y. 


S.Y. 

1.00 

0.15 

0.15 

Gal. 

0.15 

0.20 

0.03 

Ton 

0.17 

8.25 

1.40 

$1.58 


BITUMINOUS  CONCRETE  SURFACE  -  REBUILT  ON  EXISTING  GRANITE  BLOCK  OR  CONCRETE 
BASE 


Removal  of  Existing  Bituminous  Surface 

(By  Heater  Planer) 

Cleaning  Existing  Base 

Tack  Coat 

Bituminous  Concrete  (2-1   1/4"  Courses  + 

Allowance  of  1/2"  for  Leveling) 


S.Y. 

1.00 

1.25 

1.25 

S.Y. 

1.00 

0.15 

0.15 

Gal. 

f    4_ 

0.15 

0.20 

0.03 

s  + 

Ton 

0.17 

8.25 

1.40 
$2.83 

USE  $2.80  PERS, 

.Y. 

NEW  STRAIGHT  EDGESTONE,  TYPE  VA4 

New  Straight  Edgestone,  Type  VA4 
Crushed  Stone 


L.F. 
Ton 


USE  $5.20  PER  L.F. 


1.00 
0.06 


4.95 
4.40 


4.95 
0.26 

fsTTT 
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NEW  CIRCULAR  EDGESTONE,  TYPE  VA4 


New  Circular  Edgestone,   Type  VA4 
Crushed  Stone 


UNIT 

QUANTITY 
PERS.Y. 

UNIT 
COST 

TOTAL 

L.F. 
Ton 

USE  $8.00  PER  L.F. 

1.00 
0.06 

7.70 
4.40 

7.70 

0.26 

$7.96 

EDGESTONE  RESET  (LINE  &  GRADE) 

Existing  Edgestone  Reset 
Existing  Pavement  Removed 


L.F. 
S.Y. 

USE  $2.60  PER  L.F. 


1.00 
0.22 


2.20 
1.65 


2.20 

0.36 

I2T56 


EDGESTONE  REMOVED,  RELOCATED  AND  RESET 


Edgestone  Removed,   Relocated  &  Reset  L.F. 

Crushed  Stone  Ton 

Existing  Pavement  Removed  S.Y. 

USE  $2.80  PER  L.F. 


1.00 

2.20 

2.20 

0.06 

4.40 

0.26 

0.22 

1.65 

0.36 

$2.82 


USED  EDGESTONE  RESET 

Used  Edgestone  Reset 
Crushed  Stone 


L.F. 
Ton 

USE  $2.30  PER  L.F. 


1.00 
.06 


2.00 
4.40 


2.00 

0.26 

$2.26 


ARTIFICIAL  STONE  SIDEWALK  -  NEW 

Artificial  Stone  Sidewalk 
Bank  Gravel  (8") 


S.Y. 
Ton 


USE  $6.15  PERS.Y. 


1.00 
0.37 


5.40 
2.00 


5.40 

0.74 

$6.14 
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ARTIFICIAL  STONE  SIDEWALK  -  RECONSTRUCTED 


Artificial  Stone  Sidewalk 
Bank  Gravel  (4"  Average) 
Sidewalk  Removal 


QUANTITY 

UNIT 

UNIT 

PERS.Y. 

COST 

TOTAL 

S.Y. 

1.00 

5.40 

5.40 

Ton 

0.19 

2.00 

0.38 

S.Y. 

1.00 

0.75 

0.75 
$6.53 

USE  $6.50  PER  S.Y. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  CODE  NO    R-224  (3) 

PARKS,  PLAYGROUNDS  AND  OPEN  SPACES 


Reference  is  made  to  the  following  maps,  which  accompany  this  application: 

STREETS  &  PARKS    SElO-1    through    SE    10-8 
Since  the  largest  portion  of  the  redeveloped  South  End  will  be  residential,  an  adequate  number 
of  parks  and  playgrounds  are  considered  to  be  of  paramount  importance.    Unit  prices  for  these 
facilities  have  been  devised  on  a  square  foot  basis  and  include  an  average  distribution  of  all 
items  that  would  be  included  in  the  construction  of  such  facilities. 

A  listing  of  the  parks  and  playgrounds  follows.    In  general,  playgrounds  are  located  in  conjunc- 
tion with  schools  and  open  spaces  are  strip  parks  along  residential  streets.    Parks  have  been 
placed  in  locations  where  they  will  best  serve  the  residential  areas.     An  allowance  is  included 
in  the  project  budget  for  upgrading  existing  parks  and  playground  facilities. 
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PLAYGROUNDS 

DISPOSITION  AREA 

PARCEL  NO.  DESCRIPTION  S,F.  DRAWING  NO. 


PB-1  &  2                            Mackey  School  Playground  60,000  SE  10-1,  SE  10-4 

PB-3                                    Dartmouth  Street  School  Playground  101,200  SE  10-1 
PB-4                                   Junior  High  and  Elementary  School 

Playground  40,000  SE  10-3 

PB-10                                 Bates  School  Playground  101,200  SE  10-4 

PB-12                                 Williams  School  Playground  40,000  SE  10-5 


PARKS  AND  OPEN  SPACES 

P-1  Warren  Avenue  Linear  Park 

P-2  Dartmouth  Street  Open  Space 

P-3  Columbus  Avenue  Linear  Park 

P-3A  West  Canton  Street  Park 

P-4  Columbus  Square  Park 

P-5  Columbus  Avenue  Linear  Park 

P-6A  Dover  Street  Linear  Park 

P-6B  &  C  Dover  Street  Linear  Park 

P-7  West  Dedham  Street  Linear  Park 

P-8  Pembroke  Street  Park 

P-10  Tremont  Street  at  Camden  Street 

Open  Space  3,726  SE  10-6 

P-11  Tremont  Street  at  Hammond  Street 

Park 

P-1 2  Windsor  Street  Open  Space 

P-1 3  Tremont  Street  Median 

P-1 4  Washington  Street  Median 

P-1 5  Worcester  Street  Park 

P-1 6  Cathedral  Park 

P-1 7  New  Rotch  Playground 

P-1 8  Monsignor  Reynolds  Way  Park 

P-21  Arnold  Street  Playground 


27,000 

SE  10-1, 
SE  10-4 

SE  10-2, 

6,900 

SE  10-1 

65,000 

SE  10-1, 

SE  10-3, 

SE  10-4, 

SE  10-6 

1,000 

SE  10-1, 

SE  10-4 

10,000 

SE  10-4 

19,000 

SE  10-6 

26,250 

SE  10-2 

15,200 

SE  10-5 

25,600 

SE  10-4 

35,500 

SE  10-4 

3,250 

SE  10-6 

24,838 

SE  10-6 

44,500 

SE  10-4, 

SE  10-6 

79,680 

SE  10-4, 

SE  10-8 

7,000 

SE  10-4 

56,000 

SE  10-4, 

SE  10-5 

140,119 

SE  10-2, 

SE  10-5 

9,200 

SE  10-4, 

SE  10-5 

185,789 

SE  10-7, 

SE  10-8 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASSo    R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  NO,  R-224  (3) 

EXHIBIT  "A"  PARKS,  PLAYGROUNDS  AND  OPEN  SPACES, TOTAL  COSTS 


Parks,  Playgrounds  and  Open  Spaces 
Improvemenh  to  Existing  Parks  and  Playgrounds 
GRAND  TOTAL 


PAGE  NO, 
EXHIBIT  "B" 

TOTAL  COST 
100%  CHARGED  TO  PROJECT 

1  &2 
2 

$      1,833,000 
185,000 

$     2,018,000 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    PROJECT  REPORT 
PROJECT  NO.  MASS„  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  NO,  R-224  (3) 

EXHIBIT  "B"  PARKS,  PLAYGROUNDS  AND  OPEN  SPACES,  DETAILED  COST  BY  PARCELS 


PLAYGROUNDS 

DISPOSITION 

PARCEL  NO.  DESCRIPTION 


AREA 

UNIT 

S.F„ 

COST 

TOTAL 

60,000 

1.75 

$105,000 

101,200 

1.75 

177,100 

40,000 

1.75 

70,000 

101,200 

1.75 

177,100 

40,000 

1.75 

70,000 

PB-1  &  2  Mackey  School  Playground 

PB-3  Dartmouth  Street  School  Playground 

PB-4  Junior  High  and  Elementary  School 

Playground 
PB-10  Bates  School  Playground 

PB-12  Williams  School  Playground 


PARKS  AND  OPEN  SPACES 

P-1  Warren  Avenue  Linear  Park 

P-2  Dartmouth  Street  Open  Space 

P-3  Columbus  Avenue  Linear  Park 

P-3A  West  Canton  Street  Park 

P-4  Columbus  Square  Park 

P-5  Columbus  Avenue  Linear  Park 

P-6A  Dover  Street  Linear  Park 

P-6B  &  C  Dover  Street  Linear  Park 

P-7  West  Dedham  Street  Linear  Park 

P-8  Pembroke  Street  Park 

P-10  Tremont  Street  at  Camden  Street 

Open  Space  3,726  0.50  1,863 

P-11  Tremont  Street  at  Hammond  Street 

Park 

P-1 2  Windsor  Street  Open  Space 

P-1 3  Tremont  Street  Median 

P-1 4  Washington  Street  Median 

P-1  5  Worcester  Street  Park 


Boston  R-56/R-224  (3)  Exhibit  "B"  1  of  2 

-88- 


27,000 

0.50 

$    13,500 

6,900 

0.50 

3,450 

65,000 

0.50 

32,500 

1,000 

0.50 

500 

10,000 

0.50 

5,000 

19,000 

0.50 

9,500 

26,250 

0.50 

13,125 

15,200 

0„50 

7,600 

25,600 

1.75 

44,800 

35,500 

0.50 

17,750 

3,250 

1.75 

5,688 

24,838 

0.50 

12,419 

44,500 

0.50 

22,250 

79,680 

0.50 

39,840 

7,000 

1.75 

12,250 

PARKS  AND  OPEN  SPACES 


DISPOSITION 

AREA 

UNIT 

PARCEL  NO. 

DESCRIPTION 

S.F. 

COST 

TOTAL 

P-16 

Cathedral  Park 

56,000 

1.75 

$    98,000 

P-17 

New  Rotch  Playground 

140,119 

1  .75 

245,208 

P-18 

Monslgnor  Reynolds  Way  Park 

9,200 

0.50 

4,600 

P-21 

Arnold  Street  Playground 

185,789 

1,75 

$   1" 

325,131 
,514,174 

Contingencies, 

Unit  Cost  increase,  Engineering-21  % 

$  T 

317,976 
,832,150 

USE  $  1,833,000 


IMPROVEMENTS  TO  EXISTING  PARKS  AND  PLAYGROUNDS 


USE  $      185,000 
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APPLICATION  FOR  LOAN  AND  GRANT 
PARTI:    FINAL  PROJECT  REPORT 
PROJECT  NO.    MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  PARKS,  PLAYGROUNDS  AND  OPEN  SPACES  -  UNIT  COSTS 

PLAYGROUNDS 


CODE  NO.  R-224  (3) 


Earthwork  &  Grading 

Paving,  Walls,  Etc. 

Fencing 

Loam  &  Seed 

Water  Supply  &  Drainage 

Lighting 

Equipment 

Landscaping  &  Planting 


PARKS  &  OPEN  SPACES 

Earthwork  &  Grading 

Paving 

Fencing  &  Equipment 

Loam  &  Seed  &  Planting 


QUANTITY 

UNIT 

UNIT 

PER  SF 

COST 

TOTAL 

L.S 

1.00 

0.20 

0.20 

L.S. 

1.00 

0.30 

0.30 

L.S. 

1.00 

0.30 

0.30 

L.S. 

1.00 

0.15 

0.15 

L.S. 

1.00 

0.25 

0.25 

L.S. 

1.00 

0.15 

0.15 

L.S. 

1.00 

0.20 

0.20 

L.S. 

1.00 

0.20 

0.20 
$1.75 

USE  $1.75  PER  S.F. 

L.S. 

1.00 

0.10 

0.10 

L.S. 

1.00 

0.10 

0.10 

L„S. 

1.00 

0.10 

0.10 

L.S. 

1.00 

0.20 

0.20 
$0.50 

USE  $0.50  PER  S.F. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:    STREET  AND  PARK  LIGHTING  CODE  NO.  R-224(4) 

Reference  is  made  to  the  following  maps  which  accompany  this  application: 

STREET  AND  PARK  LIGHTING  SE  11-1  through  SE  11-8 

The  present  lighting  system  in  the  South  End  consists  of  incandescent  and  mercury  vapor  in- 
stallations producing  light  intensities  ranging  from  1,000  to  20,000  lumens.    With  minor  excep- 
tions all  lighting  is  served  by  underground  cable.    Modern  mercury  vapor  and  incandescent  light- 
ing exists  in  about  40  percent  of  the  area  and  for  the  most  part  no  action  will  be  taken  on  these 
streets.     Lighting  levels  throughout  the  remainder  of  the  area  are  generally  inadequate. 

Lighting  on  streets  adjacent  to  park  areas  is  included  in  this  category  of  improvement,  and 
the  levels  of  illumination  that  will  be  provided  will  take  this  into  account.     Lighting  within  large 
park  areas  is  included  in  the  average  unit  cost  for  those  facilities. 

Mercury  vapor  lighting  will  be  used  in  all  new  installations  in  accordance  with  the  standards 

of  the  Lighting  Division  of  the  Boston  Public  Works  Department  and  based  on  the  following  rating 

value  by  classes: 

Lumens  Per  Mercury  Vapor 

Class  Description  Lin.   Ft.  Lumens 

MAJOR  STREETS 

A  Very  heavy  vehicular  and/or  pedestrian         250-300  20,000 

traffic,  bus  routes,   four  or  more  traffic 
lanes 

B  Moderate  to  heavy  vehicular  and/or 

pedestrian  traffic,  bus  routes.  40-90  11,000 
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Lumens  Per          Mercury  Vapor 
Class  DescripHon  Lin.   Ft.  Lumens 

MINOR  STREETS 

A  Residential  streets,  overage  business 

districts,  public  buildings  used  at  night, 

heavy  tree  foliage,  moderate  to  heavy 

vehicular  and/or  pedestrian  traffic,  bus 

routes,  continuous  apartment  type 

dv/el  lings.  30-60  7,000 

B  Residential  street,  private  v/ays,  alleys, 

strictly  residential  in  use,  all  residential 
streets  not  included  in  Class  A.  12.5-26  3,500 

The  following  assumptions  were  made  in  the  preparation  of  the  cost  estimate, 

o)      All  lighting  standards  and  fixtures  will  be  the  property  of  the  City  of  Boston, 

b)  There  is  an  Edison  power  supply  available  for  cable  connection  at  each  street  intersection. 

c)  An  average  allowance  of  lateral  conduit  and   cable  was  made  for  each  lighting  standard. 
The  amount  varies  with  spacing  and  layout  of  the  standards  within  the  general  range  of 
50  feet  to  150  feet  for  each  standard. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224  (4) 

EXHIBIT  "A"  STREET  AND  PARK  LIGHTING,  TOTAL  COSTS  BY  STREETS 


INTERIOR  STREETS 

Albany 

Andrews 

Appleton 

Ball 

Berkeley 

Braddock  Park 

Briggs  Place 

Burke 

Camden 

Carleton  Park 

Cazenove 

Chandler 

Clarendon 

Columbus  Avenue 

Comet  Place 

Concord  Place 

Coventry 

Cunard 

Dartmouth  Place 

Dartmouth 

Davenport 

DeBlois 

Dover 

Drapers  Lane 

East  Brookline 

East  Canton 

East  Dedham 

East  Lenox 

East  Newton 

Fellows 

Gray 
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PAGE  NO. 

TOTAL  COST 

EXHIBIT  "B" 

100  %  CHARGED  TO  PROJECT 

1  &2 

$      26,090 

2 

2,800 

3 

13,200 

3 

4,260 

4 

7,900 

4 

9,490 

4 

1,870 

5 

3,370 

5 

13,700 

6 

3,620 

6 

4,080 

6  &7 

15,580 

7 

5,570 

7&8 

71,200 

9 

3,300 

9 

6,100 

9 

2,390 

10 

2,870 

10 

6,660 

10  &  11 

12,930 

11 

2,660 

12 

3,300 

12 

5,130 

13 

5,950 

13 

6,630 

13 

4,920 

14 

5,600 

14 

11,550 

15 

11,620 

15 

4,480 

16 

480 

INTERIOR  STREETS 

Greenwich  and  Greenwich  Courf 
Hammond 
Harrison 
Haven 
Holyoke 
James 
Kendall 
Lenox 
Maiden 
Milford 

Monsignor  Reynolds  Way 

New  60'  Street  (New  Maiden  Street  Extension) 
From  Albany  Street  to  New  Albany  Street 
Frontage  Road 

New  50'  Street  (New  East  Brookline  Street  Ex- 
tension) From  Albany  Street  to  New  Albany  Street 
Frontage  Road 

New  24'  Street  (From  Northampton  Street  to 
Northampton  Street)  Between  Tremont  and  Shawmut 
Streets 

New  50'  Street  (From  Plympton  Street  to  Wareham 
Street) 

New  50'  Street    (From  Shawmut  Avenue  to 
Northampton  Street) 
New  50'  Street 

From  Fellows  Street  to  Albany  Street 
New  60'  Street 

From  Maiden  Street  to  Randolph  Street 
New  24'  Alley 

From  East  Brookline  Street  to  Thorn  Street 
New  24'  Alley 

From  Northampton  Street  to  Northampton  Street 
Newcomb 
Newland  Place 
Parmelee 
Perry 
Plympton 
Private  Alley 

Between  Albany  Street  and  Harrison  Avenue, 
100'  North  of  East  Brookline  Street 
Private  Alley 

From  East  Canton  to  East  Dedham  Streets, 
90'  West  of  Albany  Street 
Private  Alley 

From  Harrison  Avenue  to  East  Springfield  Street 
80'  Southerly  of  East  Springfield  Street 


PAGE  NO. 

TOTAL  COST 

EXHIBIT  "B" 

100  %  CHARGED  TO  PROJECT 

16 

$       5,680 

16 

8,850 

17  &  18 

37,200 

18 

3,500 

18 

4,360 

19 

5,520 

19 

9,230 

19 

8,120 

20 

7,650 

20 

4S0 

20 

3,720 

22 

5,820 

22 

4,030 

jt 
22 

6,100 

23 

3,890 

23 

2,550 

23 

2,220 

24 

15,840 

24 

7,410 

24 

1,340 

25 

3,680 

25 

6,690 

25 

120 

26 

3,300 

26 

6,730 

26 

6,450 

27 

2,030 

27 

9,090 
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INTERIOR  STREETS 


PAGE  NO„ 
EXHIBIT  "B" 


Private  Alley 

From  Harrison  Avenue  to    East  Concord  Street 

80'  Southerly  of  East  Concord  Street  27 

Private  Alley 

Between  Montgomery  and  Warren  Streets 

Southerly  of  Dartmouth  Street  28 

Private  Alley 

From  Rutland  Square  to  West  Nevi^ton  Street  28 

Private  Alley 

From  Shawmut  Avenue  to  Tremont  Street 

90'  South  of  Waltham  Street  28 

Private  Alley 

From  Tremont  Street  Westerly 

Between  Massachusetts  Avenue  and  Northampton  Street         29 

Private  Alley 

From  Tremont  Street  to  Hanson  Street 

70'  Northerly  of  Hanson  Street  29 

Private  Alley 

From  West  Brookline  Street  to  West  Canton  Street 

130'  East  and  Parallel  to  Warren  Avenue  30 

Private  Alley 

From  West  Canton  Street  to  Dartmouth  Street 

Between  Warren  Avenue  and  Appleton  Street  30 

Private  Alley 

From  West  Concord  Street  to  Rutland  Square 

120'  West  and  Parallel  of  Tremont  Street  30 

Private  Alley 

From  West  Springfield  Street  to  Private  Alley 

Between  Columbus  Avenue  and  Tremont  Street  31 

Private  Alley 

From  Worcester  Street  to  West  Concord  Street 

120'  East  and  Parallel  to  Tremont  Street  31 

Private  Alley  No.  813  31 

Public  Alley  No.  539  32 

Public  Alley  No.  542  32 

Public  Alley  No.  543  32 

Public  Alley  No.  710  33 

Randall  33 

Randolph  33 

Reed  34 

Ringgold  34 

Rutland  Square  34 

St.  Charles  35 

Savoy  35 

Shawmut  Avenue  35  &  36 


TOTAL  COST 
100%  CHARGED  TO  PROJECT 


$      7,620 

3,590 
6,600 

9,370 

3,550 

5,800 

1,400 

4,190 

1,400 

5,370 


1,180 
5,080 
3,980 
4,270 
4,340 
4,010 
3,030 
3,160 
1,860 
120 
8,210 
3,070 
2,550 
47,590 
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INTERIOR  STREETS 

Sussex 

Trask 

Tremont 

Union  Park 

Upton 

Walpole 

Waltham 

Wareham 

Warren  Avenue 

Warwick 

Washington 

Wellington 

Westminster 

West  Brookline 

West  Canton 

West  Dedham 

West  Haven 

West  Newton 

West  Rutland  Square 

Windsor 

Worcester 

Yarmouth 

SUB  TOTAL 


PAGE  NO„ 

TOTAL  COST 

EXHIBIT  "B" 

100%  CHARGED  TO  PROJECT 

37 

$      2,110 

37 

3,540 

37,  38  &  39 

88,810 

39 

3,520 

40 

480 

40 

3,560 

40&41 

720 

41 

6,390 

41  &42 

10,210 

42 

3,480 

42&43 

8,930 

44 

4,580 

44 

2,760 

44 

1,340 

45 

4,520 

45 

5,430 

46 

6,490 

46  &  47 

31,660 

47 

3,360 

48 

9,660 

48&49 

2,540 

49 

3,380 

$809,710 

BOUNDARY  STREETS 


Albany 

Dover 

New  Albany  Street  Frontage  Road 

Washington 

SUB  TOTAL 


2 
12 
21 
43 


$      3,390 

9,100 

47,190 

10,610 

$    70,290 


GRAND  TOTAL 


$  880,000 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "B"  STREET  AND  PARK  LIGHTING,   DETAILED  COSTS  BY  STREETS 


CODE  NO.  R-224  (4) 


ALBANY  STREET  (From  Massachusetts  Avenue  to  East  Newton  Street) 
INTERIOR  (SE  11  -  7&  8) 


Standard  with  Single  Luminoire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $8,540 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

7 

435.00 

3,045 

L„F. 

610 

6.00 

3,660 

Eo. 

7 

50.00 

350 
7,055 

21% 

1,482 

$8,537 


ALBANY  STREET  (From  East  Newton  Street  to  Maiden  Street) 
INTERIOR  (SE  11  -  5&  8) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $12,190 


Each 

11 

435.00 

4,785 

LoF. 

790 

6.00 

4,740 

Each 

11 

50„00 

550 

10,075 

2,116 

$12,191 
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ALBANY  STREET  (From  Maiden  Street  to  Randolph  Street) 


INTERIOR  (SE  11-5) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $5,360 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

2 

435.00 

870 

LoF„ 

410 

6.00 

2,460 

Each 

6 

50.00 

300 

Each 

4 

200.00 

800 

4,430 

930 

$5,360 


ALBANY  STREET  (From  Randolph    Street  to  Dover  Street) 
BOUNDARY  (SE  11-5) 


Standard  with  Single  Luminaire,  In  Place 

Lateral  Conduit  and  Cable,  In  Place 

Junction  Box 

Connection  to  Edison  Conduit 

Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,390 


Each 

2 

435.00 

870 

L.F„ 

260 

6.00 

1,560 

Each 

1 

75.00 

75 

Each 

2 

50.00 

100 

Each 

1 

200.00 

200 
2,805 

>1% 

589 

$37394 


ANDREWS  STREET  (From  East  Canton  Street  to  East  Dedham  Street) 
INTERIOR  (SE  11  -  5  &  8) 


Standard  with  Single  Luminarie,   In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $2,800 


Each 

2 

435.00 

870 

L.F« 

240 

6.00 

1,440 

Each 

2 

75.00 

150 

2,460 

517 

$2,977 
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APPLETON  STREET  (From  Dartmouth  Street  to  Berkeley  Street) 


INTERIOR  (SB  11  -  1) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,250 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

7 

435.00 

3,045 

L„F. 

830 

6.00 

4,980 

Each 

4 

75.00 

300 

Each 

3 

50.00 

150 

8,475 

1,780 

$10,255 


APPLETON  STREET  (From  Berkeley  Street  to  Tremont  Street 


INTERIOR  (SE  11  -  1  &  2) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Each 
L,F. 
Each 
Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $2,950 


2 

240 

1 

1 


435.00 

870 

6.00 

1,440 

75.00 

15 

50.00 

50 

2,435 

511 

$2,946 

BALL  STREET  (From  Shawmut  Avenue  to  Washington  Street) 


INTERIOR  (SE  n  -  6&  7) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,   Engineering  -21% 

USE  $4,260 


Each 

3 

435.00 

1,305 

L.F. 

340 

6.00 

2,040 

Each 

1 

75.00 

15 

Each 

2 

50.00 

100 
3,520 

?1% 

739 

$4,259 
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BERKELEY  STREET  (From  Tremont  Street  to  South  End  Bypass) 
INTERIOR  (SE  11  -  1  &2) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

6 

435.00 

2,610 

Each 

1 

625 „ 00 

625 

L.Fo 

490 

6.00 

2,940 

Each 

7 

50.00 

350 

Standard  with  Single  Lumlnaire,   In  Place 
Standard  with  Double  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 

Connection  to  Edison  Conduit  

67525 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1  ,370 

$77895 
USE  $7,900 


BRADDOCK  PARK  (From  South  End  Bypass  to  Columbus  Avenue) 

INTERIOR  (SE  11  -  1  &4) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE   $9,490 


BRIGGS  PLACE  (From  Shawmut  Avenue  to  130'     Easterly) 

INTERIOR  (SE  11  -  5) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $1  ,870 
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L.F. 

550 

6.00 

3,300 

Each 

3 

75,00 

225 

Each 

5 

50.00 

250 

L.F„ 

490 

3.40 

666 

Each 

8 

300.00 

2,400 
7,841 

n% 

1,647 
39,488 

L.F„ 

150 

6.00 

900 

Each 

1 

75.00 

75 

L.F. 

80 

3.40 

272 

Each 

1 

300.00 

300 
1,547 

n% 

325 
$1,872 

BURKE  STREET  (From  Columbus  Avenue  to  Tremont  Street) 


INTERIOR  (SE  11  -  6) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,370 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F» 

285 

6.00 

1,710 

Each 

1 

75.00 

75 

Each 

2 

50.00 

100 

Each 

3 

300.00 

900 
2,785 

l\% 

535 

$3,370 


CAMDEN  STREET  (From  Columbus  Avenue  to  Tremont  Street) 
INTERIOR  (SE  11  -  3) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,220 


Each 

3 

435.00 

1,305 

L.F. 

330 

6.00 

1,980 

Each 

2 

75.00 

150 

Each 

1 

50.00 

50 
3,465 

!1% 

732 

$4,217 


CAMDEN  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 
INTERIOR  (SE  11  -  6&  7) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,480 


Each 

6 

435.00 

2,610 

L.F. 

800 

6.00 

4,800 

Each 

5 

75.00 

375 

Each 

1 

50.00 

50 
7,835 

>1% 

1,645 

$9,480 
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CARLETON  PARK  (From  West  Canton  Street  to  South  Between  Columbus  and  Warren  Avenues) 
INTERIOR  (SE  11  -  1  &  4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

260 

6.00 

1,560 

Each 

2 

75.00 

150 

L.F. 

200 

3.40 

680 

Each 

2 

300.00 

600 
2,990 

l\% 

628 

$3,61^ 

USE  $4,080 

CHANDLER  STREET  (From  Columbus  Avenue  to  Berkeley  Street) 

INTERIOR  (SE  11-1) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,440 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminarie 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,620 

CAZENOVE  STREET  (From  South  End  Bypass  to  Chandler  Street) 

INTERIOR  (SE  11-1) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire  Each  4  300.00  1,200 

37370 
Contingencies,  Unit  Cost  Increase,  Engineering  -21%  708 

$4,078 


L.F. 

320 

6.00 

1,920 

Each 

2 

75.00 

150 

Each 

2 

50.00 

100 

Each 

7 

435.00 

3,045 

L.F. 

860 

6.00 

5,160 

Each 

3 

75.00 

225 

Each 

4 

50.00 

200 
8,630 

1% 

1,812 
$10,442 
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CHANDLER  STREET  (From  Berkeley  Street  to  Tremont  Street) 


INTERIOR  (SE  11  -  1  &2) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,140 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

3 

435.00 

1,305 

L.F. 

470 

6.00 

2,820 

Each 

1 

75.00 

75 

Each 

1 

50.00 

50 

i;230 

893 

$5,143 


CLARENDON  STREET  (From  Columbus  Avenue  to  Warren  Avenue) 
INTERIOR  (SE  11-1) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,570 


Each 

4 

435.00 

1,740 

L„F„ 

440 

6.00 

2,640 

Each 

1 

75.00 

lb 

Each 

3 

50.00 

150 

4,605 

967 

$57575 


COLUMBUS  AVENUE  (From  Walpole  Street  to  Massachusetts  Avenue) 
INTERIOR  (SE  11  -  3  &  6) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $30,780 


Each 

27 

435.00 

11,745 

L„F. 

2,040 

6»00 

12,240 

Each 

4 

75.00 

300 

Each 

23 

50,00 

1,150 
25,435 

>1% 

5,341 
$30,776 
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COLUMBUS  AVENUE  (From  Massachusetts  Avenue  to  West  Newton  Street) 


INTERIOR  (SE  11  -  3  &  4) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $14,750 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

14 

435,00 

6,090 

L.F„ 

900 

6„00 

5,400 

Each 

14 

50.00 

700 
li,190 

21% 

2,560 

$1^7750 


COLUMBUS  AVENUE  (From  West  Newton  Street  to  Dartmouth  Street) 
INTERIOR  (SE  11  -  1  &4) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $13,820 


Each 

13 

435,00 

5,655 

LoF. 

840 

6.00 

5,040 

Each 

3 

75.00 

225 

Each 

10 

50.00 

500 
11,420 

n% 

2,398 
$13,616 

COLUMBUS  AVENUE  (From  Dartmouth  Street  to  Clarendon  Street) 


INTERIOR  (SE  11  -  1) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
J'inction  Box 
Connection  to  Edison  Conduit 


Each 
L.F. 
Each 
Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $11,850 


9 

880 
6 
3 


435.00 

3,915 

6.00 

5,280 

75.00 

450 

50.00 

150 

9,795 

2,057 

$11,852 
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COMET  PLACE  (From  Shawmut  Avenue  to  Northampton  Street) 


INTERIOR  (SE  11-7) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Lumlnaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE $3,300 
CONCORD  PLACE  (PRIVATE)  (From  Worcester  Street  to  Concord  Square) 
INTERIOR  (SE  11  -  4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L„F. 

210 

6.00 

1,260 

Each 

2 

75.00 

150 

L.F. 

210 

3.40 

714 

Each 

2 

300.00 

600 
2,724 

21% 

572 
$3,296 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


L.F. 

Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,100 


590 
4 


6.00 
75.00 


3,540 
300 


300.00  1,200 

5,040 

1,058 

$6,098 


COVENTRY  STREET  (From  Columbus  Avenue  to  Tremont  Street) 
INTERIOR  (SE  11-6) 


Lateral  Conduit  and  Cable,   In  Place 
New  Luminaire  Only 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -21% 

USE  $2,390 


L.F. 

200 

6.00 

1,200 

Each 

1 

100.00 

100 

Each 

1 

75.00 

75 

Each 

2 

300.00 

600 
1,975 

M% 

415 

$2,390 
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CUNARD  STREET  (From  Tremont  Street  to  Cabot  Street) 
INTERIOR  (SE  11-6) 

UNIT 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,   Engineering-21  % 

USE  $2,870 


QUANTITY 


UNIT 
COST 


TOTAL 


Each 

2 

435.00 

870 

L„F. 

230 

6,00 

1,380 

Each 

1 

75,00 

15 

Each 

1 

50,00 

$" 

50 
2,375 

-21% 

499 

$     2,874 


DARTMOUTH  PLACE  (From  Dartmouth  Street  to  North,  between  Warren  Avenue  and  Appleton  Street) 
INTERIOR  (SE  11-1) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard-Type  "D" 
with  new  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  6,660 


L.F. 

480 

6.00 

2,880 

Each 

3 

75.00 

225 

L.F. 

440 

3.40 

1,496 

Each 

3 

300.00 

$■ 

900 

5,501 

-21  % 

1,155 

$      6,656 


DARTMOUTH  STREET  (From  South  End  Bypass  to  Columbus  Avenue) 
INTERIOR  (SE  11-1) 


Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,   In  Place  L.F. 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE    $4,510 


3 

370 

2 

1 


435.00 

6.00 

75.00 

50.00 


1,305 

2,220 

150 

50^ 

$      3,725 

782 

$     4,507 
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DARTMOUTH  STREET  (From  Columbus  Avenue  to  Warren  Avenue) 


INTERIOR  (SE  11-1) 


UNIT 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $4,770 


QUANTITY 


UNIT 
COST 


TOTAL 


Each 

4 

435.00 

1,740 

L.F, 

330 

6.00 

1,980 

Each 

1 

75.00 

lb 

Each 

3 

50.00 

$~ 

150 
3,945 

-21% 

828 

$     4,773 


DARTMOUTH  STREET  (From  Warren  Avenue  to  Tremont  Street) 
INTERIOR  (SE  11-1  &  4) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $3,650 


Each 

3 

435.00 

1,305 

L.F. 

260 

6.00 

1,560 

Each 

3 

50.00 

150 

$      3,015 

633 

$     3,648 


DAVENPORT  STREET  (From  Columbus  Avenue  to  Tremont  Street) 
INTERIOR  (SE  11-6) 


Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard- Type  "B"  with 
New  Luminaire 


Contingencies,  Unit  Cost  Increase,  EngineerIng-21  % 

USE  $2,660 


L.F. 

250 

6.00 

1,500 

Each 

2 

50.00 

100 

Each 

2 

300.00 

600 
$  2,200 

-21% 

462 
$  2,662 
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DEBLOIS  STREET  (From  Showmut  Avenue  to  Deacon  Street) 
INTERIOR  (SE  11-7) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard-Type  "B" 
with  New  Lumlnaire 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  3,300 

DOVER  STREET  (From  Albany  Street  to  Washington  Street) 

BOUNDARY  (SE  11-2  &  5) 

Standard  with  Single  Luminaire,  in  Place  Each  4 

Lateral  Conduit  and  Cable,  In  Place  L.F.  730 

Junction  Box  Each  8 

Remove  and  Reset  Standard  Each  4 

Contingencies,  Unir  Cost  Increase,  Engineering-21  % 

USE  $  9,100 

DOVER  STREET  (From  Washington  Street  to  Tremont  Street) 

INTERIOR  (SE  11-5) 

Lateral  Conduit  and  Cable,  In  Place  L.Fo  490 

Junction  Box  Each  2 

Connection  to  Edison  Conduit  Each  3 

Remove  and  Reset  Standard  Each  5 

Contingencies,  Unit  Cost  Increase,  EngineerIng-21  % 

USE  $  5,130 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F„ 

210 

6.00 

1,260 

Each 

2 

75.00 

150 

L„F. 

210 

3.40 

714 

Each 

2 

300.00 

600 
$      2,724 

-21% 

572 

$      3,296 


435.00 

1,740 

6.00 

4,380 

75.00 

600 

200.00 

800 

$ 

7,520 

1,579 

r 

9,099 

6.00 

2,940 

75.00 

150 

50.00 

150 

200.00 

1,000 

$     4,240 

890 

S 5,130 
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DRAPERS  LANE  (From  Upton  Street  to  Upton  Street) 
INTERIOR  (SE  11-4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  5,950 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

570 

6.00 

3,420 

Each 

4 

75.00 

300 

Each 

4 

300.00 

$" 

1,200 
4,920 

-21  % 

$" 

1,033 
5,^53 

EAST  BROOKLINE  STREET  (From  Harrison  Avenue  to  Albany  Street) 

INTERIOR  (SE  11-7  &  8) 

Standard  with  Single  Luminaire,  In  Place              Each                                5  435.00               2,175 

Lateral  Conduit  and  Cable,  In  Place                      L.F.                          505  6.00               3,030 

Junction  Box                                                                   Each                                1  75.00                      75 

Connection  to  Edison  Conduit                                    Each                               4  50.00                    200 

$      5,480 

Contingencies,  Unit  Cost  Increase,  EngineerIng-21  %  1,151 


USE  $  6,630 

EAST  CANTON  STREET  (From  Harrison  Avenue  to  Albany  Street) 

INTERIOR  (SE  11-5&  7) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $4,920 


$      6763T 


Each 

4 

435.00 

1,740 

L.F. 

350 

6.00 

2,100 

Each 

1 

75.00 

75 

Each 

3 

50.00 

$ 

150 
4,065 

-21% 

854 

$      4,919 
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EAST  DEDHAAA  STREET  (From  Andrews  Street  to  Albany  Street) 
INTERIOR  (SE  11-5  &  7) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

4 

435.00 

1,740 

L„F, 

440 

6.00 

2,640 

Each 

2 

75.00 

150 

Each 

2 

50.00 

100 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

$      4,630 
Contingencies,  Unit  Cost  Increase,  Engineering-21%  972 


USE  $  5,600 


EAST  LENOX  STREET  (From  Washington  Street  to  Harrison  Avenue) 

INTERIOR  (SE  11-7) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering-21% 

USE  $6,010 


EAST  LENOX  STREET  (From  Harrison  Avenue  to  Albany  Street) 

INTERIOR  (SE  11-7) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering-21% 

USE  $  5,540 


$      57605 


Each 

5 

435.00 

2,175 

L.F. 

420 

6.00 

2,520 

Each 

1 

75,00 

75 

Each 

4 

50.00 

200 
$      4,970 

-21  % 

1,044 

$     6,014 


Each 

4 

435.00 

1,740 

L.F„ 

440 

6.00 

2,640 

Each 

4 

50.00 

200 
$      4,580 

-21% 

962 
$     5,542 
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EAST  NEWTON  STREET  (From  Washington  Street  to  Harrison  Avenue) 


INTERIOR  (SE  11-4  &  7) 


ITEM 


Standard  with  Single  Luminaire,  In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L.F. 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $4,920 


UNIT 

QUANTITY 

COST 

TOTAL 

4 

435.00 

1,740 

350 

6.00 

2,100 

1 

75.00 

75 

3 

50.00 

150 

$ 

4,065 
854 

$ 

4,919 

EAST  NEWTON  STREET  (From  Harrison  Avenue  to  Albany  Street) 
INTERIOR  (SE  11-7  &  8) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  EngineerIng-21  % 

USE  $  6,700 


Each 

5 

435.00 

2,175 

L.F. 

510 

6.00 

3,060 

Each 

2 

75.00 

150 

Each 

3 

50.00 

150 
$      S,S^5 

-21  % 

1,162 

$     6,697 


FELLOWS  STREET  (From  Randall  Street  to  Northampton  Street) 


INTERIOR  (SE  11-7) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Each 
L.F. 
Each 
Each 


Contingencies,  Unit  Cost  Increase,  Englneering-21  % 

USE  $  4,480 


3 

370 

1 

2 


435.00 

1,305 

6.00 

2,220 

75.00 

75 

50.00 

100 

$     3,700 

777 

$     4,477 
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GRAY  STREET  (From  Clarendon  Street  to  Berkeley  Street) 


INTERIOR  (SE  11-1) 


UNIT 


UNIT 

QUANTITY 

COST 

TOTAL 

4 

100.00 

400 

$ 

400 
84 

$ 

484 

New  Luminaire  Only  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $480 

GREENWICH  STREET  AND  GREENWICH  COURT  (From  Warwick  Street  to  Westminster) 

INTERIOR  (SE  11-6) 

Lateral  Conduit  and  Cable,  in  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $5,680 

HAMMOND  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 

INTERIOR  (SE  11-6) 

Standard  with  Single  Luminaire,  In  Place  Each  7 

Lateral  Conduit  and  Cable,  In  Place  L.F.  640 

Junction  Box  Each  3 

Connection  to  Edison  Conduit  Each  4 

Contingencies,  Unit  Cost  Increase,   Engineering-21  % 

USE  $8,850 


L.F. 

380 

6.00 

2,280 

Each 

3 

75.00 

225 

L.F. 

380 

3.40 

1,290 

Each 

3 

300.00 

900 
$     4,695 

-21  % 

986 
$      5,681 

-35.00 

3,045 

6.00 

3,840 

75.00 

225 

50.00 

200 

$     7,310 

1,535 

$     8,845 
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HARRISON  AVENUE  (From  Treadwell  Court  to  Massachusetts  Avenue) 


INTERIOR  (SE  11-7) 


Standard  with  Single  Luminaire,  In  Place 

Lateral  Conduit  and  Cable,  In  Place 

Junction  Box 

Connection  to  Edison  Conduit 

Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  13,280 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

11 

435.00 

4,785 

L.F. 

890 

6.00 

5,340 

Each 

2 

75,00 

150 

Each 

10 

50.00 

500 

Each 

1 

200.00 

200 

$    10,975 

2,305 

$    13,280 


HARRISON  AVENUE  (From  Massachusetts  Avenue  to  East  Newton  Street) 
INTERIOR  (SE  11-7) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering— 21  % 

USE  $  9,200 


Each 

8 

435.00 

3,480 

L„F. 

620 

6.00 

3,720 

Each 

8 

50.00 

400 

7,600 
1,596 


$      9,196 


HARRISON  AVENUE  (From  East  Newton  Street  to  Monsignor  Reynolds  Way) 


INTERIOR  (SE  11-4,  5  &  7) 

Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L.F. 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  EngIneering-21  % 

USE  $  10,010 


10 

570 

10 


435.00 

6.00 

50.00 


4,350 

3,420 

500 

$      87270" 
1,737 

$    10,007 
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HARRISON  AVENUE  (From  Monsignor  Reynolds  Way  to  Dover  Street) 
INTERIOR  (SE  11-5) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  4,710 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

2 

435.00 

870 

L.F. 

320 

6.00 

1,920 

Each 

6 

50.00 

300 

Each 

4 

200.00 

800 

$      3,890 

817 

$      JTTW 


HAVEN  STREET  (From  Shav^^mut  Avenue  to  Rutland  Street) 
INTERIOR  (SE  11-4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard-Type  "B" 
with  Nevk^  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $3,500 


L.F. 

250 

6.00 

1,500 

Each 

2 

75.00 

150 

L.F„ 

190 

3.40 

646 

Each 

2 

300,00 

$" 

600 
2,896 

-21% 

$" 

608 
3,504 

HOLYOKE  STREET  (From  Alley  No.  542  to  Columbus  Avenue) 
INTERIOR  (SE  11-1) 


Lateral  Conduit  and  Cable,  In  Place 
New  Luminaire  Only 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,   Engineering-21  % 

USE  $  4,360 


L.F. 

350 

6.00 

2,100 

Each 

1 

100,00 

100 

Each 

2 

75.00 

150 

Each 

1 

50.00 

50 

Each 

4 

300.00 

$  ' 

1,200 
3,600 

-21% 

$  ■ 

756 
4,356 
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JAMES  STREET  (From  East  Concord  Street  to  East  Brook  line  Street) 


INTERIOR  (SE  11  -  4  &  7) 


Lateral  Conduit  and  Cable,  In  Place 
New  Luminaire  Only 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

350 

6.00 

2,100 

Each 

2 

100.00 

200 

Each 

1 

75.00 

1^ 

Each 

2 

50.00 

100 

L.F. 

350 

3.40 

1,190 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,520 


300.00 


900 


4,565 

959 

$5,524 


KENDALL  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 

INTERIOR  (SE  11  -  6  &7) 

Standard  with  Single  Luminaire,  In  Place  Each 

Lateral  Conduit  and  Cable,   In  Place  L.F. 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,230 


8 

620 

1 

7 


■35.00 

3,430 

6.00 

3,720 

75.00 

75 

50.00 

350 

7,625 

1,601 

$9,226 


LENOX  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 


INTERIOR  (SE  11  -  6  &7) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Each 
L.F. 
Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $8,120 


7 

540 

3 

4 


435.00 

3,045 

6.00 

3,240 

75.00 

225 

50.00 

200 

6,710 

1,409 

$8,119 
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MALDEN  STREET  (From  Harrison  Avenue  to  Albany  Street) 
INTERIOR  (SE  11-5) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  increase.  Engineering  -  21% 

USE  $7,650 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

5 

435.00 

2,175 

L.F. 

650 

6.00 

3,900 

Each 

5 

50.00 

250 
6,325 

21% 

1,328 

$7,653 


MILFORD  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 
INTERIOR  (SE  11  -  1,  2  &5) 

New  Luminaire  Only  Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $480 


100.00 


400 

400 

84 

S484 


MONSIGNOR  REYNOLDS  WAY  (From  Washington  Street  to  Harrison  Avenue) 
INTERIOR  (SE  11  -4  &5) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,720 


Each 

3 

435.00 

1,305 

L.F. 

270 

6.00 

1,620 

Each 

3 

50.00 

150 

3,075 

646 

$3,721 
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NEW  ALBANY  STREET  FRONTAGE  ROAD  (From  Massachusetts  Avenue  to  New  East  Brook  line  Street) 
BOUNDARY  (SE  1 1  -  7  &  8) 


UNIT 

Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,   In  Place  L.F. 

Distribution  Manhole  Each 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $21,760 


UNIT 

QUANTITY 

COST 

TOTAL 

16 

435.00 

6,960 

1,550 

6.00 

9,300 

1 

600.00 

600 

13 

75.00 

975 

3 

50.00 

150 

17,985 

3,777 

$21,762 


Each 

15 

435.00 

6,525 

L.F. 

1,450 

6.00 

8,700 

Each 

1 

600.00 

600 

Each 

13 

75.00 

975 

Each 

2 

50.00 

100 
16,900 

n% 

3,549 

NEW  ALBANY  STREET  FRONTAGE  ROAD  (From  New  East  Brook  line  Street  Extension 

to  New  Maiden  Street  Extension) 

BOUNDARY  (SE  11  -  7) 

Standard  with  Single  Luminaire,  In  Place 

Lateral  Conduit  and  Cable,  In  Place 

Distribution  Manhole 

Junction  Box 

Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

$20,449 
USE  $20,450 


NEW  ALBANY  STREET  FRONTAGE  ROAD  (From  New  Maiden  Street  Extension  to  Albany  Street) 

BOUNDARY  (SE  1 1  -  8) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,980 


Each 

4 

435.00 

1,740 

L.F. 

350 

6.00 

2,100 

Each 

3 

75.00 

225 

Each 

1 

50.00 

50 
4,115 

?1% 

864 

$4,979 
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NEW  60'  STREET  (NEW  MAIDEN  STREET  EXTENSION)  (From  Albany  Street  to  New  Albany 

Street  Frontage  Road) 

INTERIOR  (SE  11-5) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Main  Conduit  and  Cable,   In  Place 
Junction  Box 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,820 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

1 

435.00 

435 

L.F. 

150 

6.00 

900 

L.F. 

340 

10.00 

3,400 

Each 

1 

75.00 

75 
4,810 

21% 

1,010 
$5,820 

Each 

3 

435.00 

1,305 

L.F. 

300 

6.00 

1,800 

Each 

3 

75.00 

225 

NEW  50'  STREET  (NEW  EAST  BROOKLINE  STREET  EXTENSION)  (From  Albany  Street  to  New 

Albany  Street  Frontage  Road) 

INTERIOR  (SE  11  -  8) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 

Junction  Box  

3,330 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  699 

$17029 
USE  $4,030 

NEW  24'  STREET  (From  Northampton  Street    between  Tremont  Street  and  Shawmut  Avenue 
to  Northampton  Street) 

INTERIOR  (SE  11-7) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,100 


Each 

4 

435.00 

1,740 

L.F. 

500 

6.00 

3,000 

Each 

4 

75.00 

300 
5,040 

>1% 

1,058 
$i,098 

Boston  R-56/R-224  (4)  Exhibit  "B"  22  of  49 

-118- 


NEW  50'  STREET  (From  Plympton  Street  to  Wareham  Street) 
INTERIOR  (SE  11  -  5) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,890 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

3 

435.00 

1,305 

L.F. 

280 

6.00 

1,680 

Each 

3 

75.00 

225 

3,210 

21% 

674 
$3,884 

NEW  50'  STREET  (From  Shawmut  Avenue  to  Northampton  Street) 
INTERIOR  (SE  11  -  7) 


Lateral  Conduit  and  Cable,  in  Place 

Junction  Box 

Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,550 


L.F. 

260 

6.00 

1,560 

Each 

2 

75.00 

150 

Each 

2 

200.00 

400 

2,110 

443 

$2,553 


NEW  50'  STREET  (From  Fellows  Street  to  Albany  Street) 
INTERIOR  (SE  11  -  7) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,220 


Each 

2 

435.00 

870 

L.F. 

140 

6.00 

840 

Each 

1 

75.00 

75 

Each 

1 

50.00 

50 
1,835 

>1% 

385 

$2,220 
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NEW  60'  STREET  (From  Maiden  Sfreet  to  Randolph  Street) 
INTERIOR  (SE  11-5) 

UNIT 

Standord  with  Single  Luminaire,  In  Place  Each 

Lateral  Conduit  and  Cable,   In  Place  L.F. 

Main  Conduit  and  Cable,  In  Place  L.F. 

Distribution  Manhole  Each 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $15,840 

NEW  24'  ALLEY  (From  East  Brookline  Street  to  Thorn  Street) 

INTERIOR  (SE  11  -  7  &8) 

Standard  with  Single  Luminaire,  In  Place  Each  5  435.00  2,175 

Lateral  Conduit  and  Cable,  In  Place  L.F.  595  6.00  3,570 

Junction  Box  Each  5  75.00  375 

67T20 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,285 


UNIT 

QUANTITY 

COST 

TOTAL 

5 

435.00 

2,175 

440 

6.00 

2,640 

680 

10.00 

6,800 

2 

600.00 

1,200 

1 

75.00 

75 

4 

50.00 

200 

13,090 

2,749 

USE  $7,410 

NEW  24'  ALLEY  (From  Northampton  Street  and  Shawmut  Avenue  to  Northampton  Street) 

INTERIOR  (SE  11  -  7) 

Standard  with  Single  Luminaire,  In  Place  Each  1 

Lateral  Conduit  and  Cable,  In  Place  L.F.  100 

Junction  Box  Each  1 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,340 


$15,839 


$7,405 


435.00 

435 

6.00 

600 

75.00 

75 

1,110 

233 

$1,343 
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NEWCOMB  STREET  (From  Washington  Street  to  Reed  Street) 


INTERIOR  (SE  11  -  7) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,680 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

320 

6.00 

1,920 

Each 

3 

75.00 

225 

Each 

3 

300.00 

900 
$3,045 

21% 

639 

$3,684 


NEWLAND  PLACE  (From  Newland  Street  to  550'  W,  Between  West  Concord  and  Rutland  Streets) 

INTERIOR  (SE  11-4) 

Lateral  Conduit  and  Cable,  In  Place 

New  Luminaire  Only 

Junction  Box 

Pavement  Removed  and  Replaced 

Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,690 


L.F. 

490 

6.00 

2,940 

Each 

1 

100.00 

100 

Each 

3 

75.00 

225 

L.F. 

490 

3.40 

1,666 

Each 

3 

200.00 

600 
5,531 

>1% 

1,162 

$6,693 


PARMELEE    STREET  (From  Northampton  Street  to  Trask  Street) 
INTERIOR  (SE  11  -  7) 

New  Luminaire  Only  Each  1 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $120 


100.00 


100 
100 
21 
fT2T 
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PERRY  STREET  (From  Washington  Street  to  Harrison  Avenue) 
INTERIOR  (SE  11-5) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

230 

6.00 

1,680 

Each 

3 

50.00 

150 

Each 

3 

300.00 

900 
2,730 

21% 

573 

$3,303 


Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  increase.  Engineering  -  21% 

USE  $3,300 

PLYMPTON  STREET  (From  Albany  Street  to  New  50'  Street) 

INTERIOR  (SE  11  -5  &8) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,730 


PRIVATE  ALLEY  (Between  Albany  Street  and  Harrison  Avenue,  100'  northerly  of  East  Brookline  Street) 

INTERIOR  (SE  11  -  8) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire  Each  3  300.00  900 

5,331 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,120 


L.F. 

440 

6.00 

2,640 

Each 

1 

75.00 

15 

Each 

3 

50.00 

150 

L.F. 

440 

3.40 

1,496 

Each 

4 

300.00 

1,200 
5,561 

n% 

1,168 
$6, 729 

L.F. 

480 

6.00 

2,880 

Each 

3 

75.00 

225 

L.F. 

390 

3.40 

1,326 

USE  $6,450 


$6,451 
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PRIVATE  ALLEY  (From  East  Canton  Street  to  East  Dedham  Street,  90'  Westerly  of  Albany  Street) 
INTERIOR  (SE  11  -  8) 


Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
v^rith  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,030 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

160 

6.00 

960 

Each 

1 

75.00 

75 

L.F. 

100 

3.40 

340 

Each 

1 

300.00 

300 
1,675 

21% 

352 

$2,027 


PRIVATE  ALLEY  (From  Harrison  Avenue  to  East  Springfield  Street,  80'  Southerly  of  East 
Springfield  Street) 

INTERIOR  (SE  11  -  7) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2' 
with  New  Luminaire 


L.F. 

600 

6.00 

3,600 

Each 

5 

75.00 

375 

L.F. 

600 

3.40 

2,040 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,090 


300.00 


1,500 

7,515 

1,578 

$9,093 


PRIVATE  ALLEY  (From  Harrison  Avenue  to  East  Concord  Street,  80'  Southerly  of  East  Concord  Street) 

INTERIOR  (SE  11  -  7) 

Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire  Each  4  300.00 


L.F. 

510 

6.00 

3,060 

Each 

4 

75.00 

300 

L.F. 

510 

3.40 

1,734 

Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $7,620 


1,200 
6,294 

1,322 

$7,616 
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PRIVATE  ALLEY  (Between  Montgomery  Street  and  Warren  Avenue,  Southerly  of  Dartmouth  Street) 


INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,590 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

290 

6.00 

1,740 

Each 

2 

75.00 

150 

L.F. 

140 

3.40 

476 

Each 

2 

300.00 

600 
2,966 

21% 

623 

$3,589 


PRIVATE  ALLEY  (From  Rutland  Square  to  West  Newton  Street,  80'  West  of  Tremont  Street) 
INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,600 


L.F. 

595 

6.00 

3,570 

Each 

5 

75.00 

375 

Each 

5 

300.00 

1,500 
5,445 

n% 

1,143 

$6,588 


PRIVATE  ALLEY  (From  Shawmut  Avenue  to  Tremont  Street,  90'  Southerly  of  Waltham  Street) 
INTERIOR  (SE  11  -  4  &5) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2' 
with  New  Luminaire 


L.F. 

610 

6.00 

3,660 

Each 

6 

75.00 

450 

L.F. 

540 

3.40 

1,836 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,370 


300.00  1,800 

7,746 

1,627 

$9,373 
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PRIVATE  ALLEY  (From  Tremont  Street,  Westerly  between  Massachusetts  Avenue  and  Northampton  Street' 
INTERIOR  (SE  11  -  4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

250 

6.00 

1,500 

Each 

2 

75.00 

150 

L.F. 

200 

3.40 

680 

Each 

2 

300.00 

600 
2,930 

21% 

615 

$3;545 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,550 

PRIVATE  ALLEY  (From  Tremont  Street  to  Hanson  Street,  70'  Northerly  of  Hanson  Street) 

INTERIOR  (SE  11-1,2  & 5) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire  Each  3  300.00  900 

4^791 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,006 

$57797 
USE  $5,800 


L.F. 

390 

6.00 

2,340 

Each 

3 

75.00 

225 

L.F. 

390 

3.40 

1,326 
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PRIVATE  ALLEY  (From  West  Brookline  Street  to  West  Canton  Street,  130'  East  and  Parallel  to 
Warren  Avenue) 

INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "D-2' 
with  New  Luminaire 


UNIT 

L.F. 
Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,400 


UNIT 

QUANTITY 

COST 

TOTAL 

130 

6.00 

780 

1 

75.00 

1^ 

1 

300.00 

300 

1,155 

243 

$1,398 


PRIVATE  ALLEY  (From  West  Canton  Street  to  Dartmouth  Street  between  Warren  Avenue  and 
Appleton  Street) 

INTERIOR  (SE  11  -  1) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Pavement  Removed  and  Replaced 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,190 


Each 

2 

435.00 

870 

L.F. 

260 

6.00 

1,560 

Each 

2 

75.00 

150 

L.F. 

260 

3.40 

884 
$3,464 

n% 

727 

$4,191 


PRIVATE  ALLEY  (From  West  Concord  Street  to  Rutland  Square,  120'  West  and  parallel  to  Tremont 
Street) 

INTERIOR  (SE  11-4) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,400 


L.F. 

130 

6.00 

780 

Each 

1 

75.00 

15 

Each 

1 

300.00 

300 
1,155 

n% 

243 

$1,398 
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PRIVATE  ALLEY  (From  West  Springfield  Street  to  Private  Alley  90'  East  between  Columbus  Avenue 
and  Tremont  Street) 

INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
v^ith  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,370 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

490 

6.00 

2,940 

Each 

4 

75.00 

300 

Each 

4 

300.00 

1,200 
4,440 

21% 

932 

$5,372 


PRIVATE  ALLEY  (From  Worcester  Street  to  West  Concord  Street,  120'  East  and  parallel  to  Tremont 
Street) 

INTERIOR  (SE  11-4) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "D-2" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

U$E$1,180 


L.F. 

100 

6.00 

600 

Each 

1 

75.00 

75 

Each 

1 

300.00 

300 

975 

?1% 

205 

$1,180 


PRIVATE  ALLEY  '^813  (From  Alley  #814  to  34'  West) 
INTERIOR  (SE  11  -  3  &4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


L.F. 
Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $5,080 


450 
4 


6.00 
75.00 


2,700 
300 


300.00  1,200 

4,200 

882 


$5,082 
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PUBLIC  ALLEY  *^539  (From  West-  Newfon  Street  to  Braddock  Park) 


INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,980 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

360 

6.00 

2,160 

Each 

3 

75.00 

225 

Each 

3 

300.00 

900 
3,285 

21% 

690 

$3,975 


PUBLIC  ALLEY  #542  (From  Braddock  Park  to  Holyoke  Street) 


INTERIOR  (SE  11  -  1) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


L.F. 
Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,270 


400 
3 


6.00 
75.00 

300.00 


2,400 
225 

900 

3,525 

740 

$4,265 


PUBLIC  ALLEY  #543  (From  Holyoke  Street  to  West  Canton  Street) 
INTERIOR  (SE  11  -  1) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,340 


L.F. 

410 

6.00 

2,460 

Each 

3 

75.00 

225 

Each 

3 

300.00 

900 
3,585 

U% 

753 

$4,338 
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PUBLIC  ALLEY  '^ZIO  (From  East  Newton  Street  to  East  Brookline  Street) 


INTERIOR  (SE  11  -  7  &  8) 


UNIT 
UNIT  QUANTITY  COST  TOTAL 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Lumincire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $4,010 

RANDALL  STREET  (From  Fellows  Street  to  Albany  Street) 

INTERIOR  (SE  11  -  7) 

Standard  with  Single  Luminaire,  In  Place  Each  3 

Lateral  Conduit  and  Cable,  In  Place  L,F,  170 

Junction  Box  Each  1 

Connection  to  Edison  Conduit  Each  2 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,030 

RANDOLPH  STREET  (From  New  60'  Street  to  Albany  Street) 

INTERIOR  (SE  11  -5) 

Standard  with  Single  Luminaire,  In  Place  Each  2 

Lateral  Conduit  and  Cable,  In  Place  L,F,  270 

Junction  Box  Each  1 

Connection  to  Edison  Conduit  Each  1 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,160 


L.F. 

310 

6.00 

1,860 

Each 

2 

75.00 

150 

Each 

2 

50.00 

100 

Each 

4 

300.00 

1,200 
3,310 

21% 

695 

$4,005 


435.00 

1,305 

6.00 

1,020 

75.00 

75 

50.00 

100 

2,500 

525 

$3,025 


435.00 

870 

6.00 

1,620 

75.00 

IS 

50.00 

50 

2,615 

549 

$3,164 
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REED  STREET  (From  Thorndike  Street  to  East  Lenox  Street) 


INTERIOR  (SE  11  -  7) 


Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,860 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

140 

6.00 

840 

Each 

2 

50.00 

100 

Each 

2 

300.00 

600 
1,540 

21% 

323 

$1,863 


RINGGOLD  STREET  (From  Waltham  Street  to  Hanson  Street) 
INTERIOR  (SE  11-5) 

New  Luminaire  Only  Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $120 


100.00 


100 

100 

21 

$121 


RUTLAND  SQUARE  (From  Tremont  Street  to  Columbus  Avenue) 
INTERIOR  (SE  11  -  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


L.F. 

660 

6.00 

3,960 

Each 

3 

75.00 

225 

Each 

4 

50.00 

200 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $8,210 


300.00  2,400 

6,785 

1,425 

$8,210 
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ST.  CHARLES  STREET  (From  South  End  Bypass  to  Chandler  Street) 


INTERIOR  (SE  11  -  1) 


UNIT 
UNIT  QUANTITY  COST  TOTAL 


L.F. 

240 

6.00 

1,440 

Each 

2 

75.00 

150 

Each 

1 

50.00 

50 

Each 

3 

300.00 

900 
2,540 

21% 

533 

USE  $2,550 


SHAWMUT  AVENUE  (From  Sterling  Street  to  Massachusetts  Avenue) 

INTERIOR  (SE  11  -  6  &  7) 

Standard  with  Single  Luminoire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $13,880 


$3,073 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
v/ith  New  Luminoire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,070 

SAVOY  STREET  (From  Washington  Street  to  Harrison  Avenue) 

INTERIOR  (SE  11-5) 

Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminoire  Each  2  300.00  600 

2,105 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  442 

$2,547 


L.F. 

230 

6.00 

1,380 

Each 

1 

75.00 

7b 

Each 

1 

50.00 

50 

Each 

13 

435.00 

5,655 

L.F. 

820 

6.00 

4,920 

Each 

14 

50.00 

700 

Each 

1 

200.00 

200 
11,475 

?1% 

2,410 

$13,885 
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SHAWMUT  AVENUE  (From  Massac husetts  Avenue  to  West  Newton  Street) 
INTERIOR  (SE  11  -4  &7) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $9,640 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

9 

435.00 

3,915 

L.F. 

600 

6.00 

3,600 

Each 

9 

50.00 

450 
7,965 

21% 

1,673 

$9,638 


SHAWMUT  AVENUE  (From  West  Newton  Street  to  Union  Park  Street) 
INTERIOR  (SE  11  -  4) 


Standard  with  Single  Luminaire,   In  Place 
Main  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $13,850 


Each 

10 

435.00 

4,350 

L.F. 

660 

10.00 

6,600 

Each 

10 

50.00 

500 

11,450 

2,405 

$13,855 


SHAWMUT  AVENUE  (From  Union  Pork  Street  to  Dover  Street) 
INTERIOR  (SE  11  -2,  4  &5) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison     onduit 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,220 


Each 

10 

435.00 

4,350 

L.F. 

600 

6.00 

3,600 

Each 

10 

50.00 

500 

8,450 

1,775 

10,225 
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SUSSEX  STREET  (From  Warwick  Street  to  Hammonci  Street) 


INTERIOR  (SE  11  -  6) 


UNIT 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B' 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,110 


QUANTITY 


UNIT 
COST 


TOTAL 


L.F. 

160 

6.00 

960 

Each 

1 

75.00 

75 

L.F. 

120 

3.40 

408 

Each 

1 

300.00 

300 
1,743 

21% 

366 

$2,109 


TRASK  STREET  (From  Parmelee  Street  to  Harrison  Avenue) 
INTERIOR  (SE  11  -  7) 


Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,540 
TREMONT  STREET  (From  Weston  Street  to  Massachusetts  Avenue) 
INTERIOR  (SE  11  -  3,  4,  6  &  7) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $29,460 


L.F. 

Each 

300 
3 

6.00 
75.00 

1,800 
225 

Each 

M% 

3 

300.00 

900 

2,925 

614 

$3,539 


Each 

17 

435.00 

7,395 

L.F. 

2,100 

6.00 

12,600 

Each 

31 

50.00 

1,550 

Each 

14 

200.00 

2,800 

24,345 

5,112 

$29,457 
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TREMONT  STREET  (From  Massac huseHs  Avenue  to  West  Newton  Street) 


INTERIOR  (SE  11-4) 


Standard  with  Single  Luminaire,  In  Place 

Standard  with  Double  Luminaire,  In  Place 

Lateral  Conduit  and  Cable,  In  Place 

Junction  Box 

Connection  to  Edison  Conduit 

Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $15,390 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

11 

435.00 

4,785 

Each 

1 

625.00 

625 

L.F. 

1,030 

6.00 

6,180 

Each 

1 

75.00 

75 

Each 

13 

50.00 

650 

Each 

2 

200.00 

400 

12,715 

2,670 

$15,385 


TREMONT  STREET  (From  West  Newton  Street  to  Dartmouth  Street) 
INTERIOR  (SE  11  -  4) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $13,720 


Each 

12 

435.00 

5,220 

L.F. 

870 

6.00 

5,220 

Each 

12 

75.00 

900 

11,340 

2,381 

$13,721 


TREMONT  STREET  (From  Dartmouth  Street  to  Dover  Street) 

INTERIOR  (SE  11  -  2  &4) 

Standard  with  Single  Luminaire,  In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L.F, 

Junction  Box  Each 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $16,660 


15 

435.00 

6,525 

1,020 

6.00 

6,120 

15 

75.00 

1,125 

13,770 

2,892 

$16,662 
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TREMONT  STREET  (From  Dover  Street  to  South  End  Bypass) 
INTERIOR  (SE  11  -  2) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

12 

435.00 

5,220 

L.F. 

880 

6.00 

5,280 

Each 

5 

75.00 

375 

Each 

7 

50.00 

350 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

1T;225 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  2,357 

$13,582 
USE  $13,580 


UNION  PARK  STREET  (From  Montgomery  Street  to  Tremont  Street) 

INTERIOR  (SE  11  -  1   &  4) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,470 


UNION  PARK  STREET  (From  Shawmut  Avenue  to  Washington  Street) 

INTERIOR  (SE  11  -4  &5) 

Lateral  Conduit  and  Cable,  In  Place 
New  Luminaire  Only 
Junction  Box 

Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,050 


L.F. 
Each 

140 

1 

6.00 
75.00 

840 
75 

Each 
!1% 

1 

300.00 

300 

1,215 

255 

$1,470 


L.F. 

130 

6.00 

780 

Each 

1 

100.00 

100 

Each 

1 

75.00 

75 

L.F. 

130 

3.40 

442 

Each 

1 

300.00 

300 
1,697 

>1% 

356 

$2,053 
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UPTON  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 
INTERIOR  (SE  11  -  4) 


New  Luminaire  Only 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $480 

WALPOLE  STREET  (From  Columbus  Avenue  to  Tremont  Street) 

INTERIOR  (SE  11  -  6) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,560 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

4 

100.00 

400 
400 

21% 

84 

$484 


Each 

3 

435.00 

1,305 

L.F. 

240 

6.00 

1,440 

Each 

2 

75.00 

150 

Each 

1 

50.00 

50 
2,945 

n% 

618 

$3,563 


WALTHAM  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 

INTERIOR  (SE  11-4  &5) 

New  Luminaire  Only  Each  4  100.00  400 


400 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  84 

1483: 

USE  $480 
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WALTHAM  STREET  (From  Shawmut  Avenue  to  Washingl-on  Street) 
INTERIOR  (SE  11-5) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

2 

100.00 

200 
200 

21% 

42 
$242 

L.F. 

410 

6.00 

2,460 

Each 

1 

75.00 

15 

Each 

3 

50.00 

150 

L.F. 

410 

3.40 

1,394 

New  Luminaire  Only 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $240 

WAREHAM  STREET  (From  Albany  Street  to  New  50'  Street) 

INTERIOR  (SE  11  -  5) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard  -  Type  "B" 
with  New  Luminaire  Each  4  300.00  1,200 

37^79 
Contingencies,  Unit  Cost  Increase,  Engineering  -  21%  1,109 

$67388 
USE  $6,390 

WARREN  AVENUE  (From  Columbus  Avenue  to  Dartmouth  Street) 

INTERIOR  (SE  11  -   1  &4) 

Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $7,760 


Each 

6 

435.00 

2,610 

L.F. 

500 

6.00 

3,000 

Each 

8 

50.00 

400 

Each 

2 

200.00 

400 
6,410 

n% 

1,346 

$7,756 
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WARREN  AVENUE  (From  Dartmouth  Street  to  Clarendon  Street) 


INTERIOR  (SE  11  -  1) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $2,450 


UNIT 

QUANTITY 

COST 

TOTAL 

L.F. 

250 

6.00 

1,500 

Each 

1 

75.00 

75 

Each 

1 

50.00 

50 

Each 

2 

200.00 

400 

2,025 

425 

$2,450 


WARWICK  STREET  (From  Windsor  Street  to  Hammond  Street) 
INTERIOR  (SE  11  -  6) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard  -  Type  "B' 
with  Nev\^  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $3,480 


L.F. 

300 

6.00 

1,800 

Each 

1 

75.00 

75 

Each 

2 

50.00 

100 

Each 

3 

300.00 

900 
2,875 

n% 

604 
$3,479 

WASHINGTON  STREET  (From  Sterling  Street  to  Massachusetts  Avenue) 
INTERIOR  (SE  11-7) 


Lateral  Conduit  and  Gable,  In  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 


Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $6,180 


L.F. 

560 

6.00 

3,360 

Each 

7 

50.00 

350 

Each 

7 

200.00 

1,400 

5,110 

1,073 

$6,183 


Boston  R-56/R-224  (4) 


-138- 


Exhibit  "B"  42  of  49 


WASHINGTON  STREET  (From  Massachusetts  Avenue  to  East  Newton  Street) 
INTERIOR  (SE  11  -4  &7) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,170 

WASHINGTON  STREET  (From  Monsignor  Reynolds  Way  to  Dover  Street) 

INTERIOR  (SE  11-4  &5) 

Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $1,580 

WASHINGTON  STREET  (From  Dover  Street  to  Herald  Streel) 

BOUNDARY  (SE  11-2) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering  -  21% 

USE  $10,610 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

1 

435.00 

435 

L.F. 

80 

6.00 

480 

Each 

1 

50.00 

50 
965 

21% 

203 

$1,168 


L.F. 

130 

6.00 

780 

Each 

1 

75,00 

75 

Each 

1 

50.00 

50 

Each 

2 

200.00 

400 
1,305 

l]% 

274 
$1,579 

Each 

8 

435.00 

3,480 

L.F. 

810 

6.00 

4,860 

Each 

1 

75.00 

75 

Each 

7 

50.00 

350 
8,765 

U% 

1,841 

$10,606 
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WELLINGTON  STREET  (From  South  End  Bypass  to  Columbus  Avenue) 


INTERIOR  (SE  11-3  &  4) 


Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 


UNIT 

L.F. 
Each 
Each 
L,F. 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $4,580 


UNIT 

QUANTITY 

COST 

TOTAL 

300 

6.00 

1,800 

2 

75.00 

150 

1 

50,00 

50 

260 

3.40 

884 

3 

300.00 

900 

S 

3,784 
795 

$ 

4,579 

WESTMINSTER  STREET  (From  Windsor  Street  to  Hammond  Street) 
INTERIOR  (SE  11-6) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $2,760 


Each 

2 

435.00 

870 

L„F„ 

140 

6.00 

840 

Each 

2 

50.00 

100 

L.F. 

140 

3.40 

475 

$      2,285 

480 

$      2,/63 


WEST  BROOKLINE  STREET  (From  Shawmut  Avenue  to  Washington  Street) 
INTERIOR  (SE  11-4) 


Standard  with  Single  Luminaire,  In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L.F. 

Junction  Box  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  1,340 


1 

100 

1 


435.00 

6.00 

75.00 


435 
600 
75_ 

$  1,110 
233 

S      1,343 
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WEST  CANTON  STREET  (From  Tremont  Street  to  Warren  Avenue) 


INTERIOR  (SE  11-4) 


Lateral  Conduit  and  Cable,  In  Place 
New  Lumlnaire  Only 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 
Remove  and  Reset  Standard- Type  "B" 
v/Ith  Nev/  Luminaire 


UNIT 

L„F„ 
Each 
Each 
Each 
L.F. 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $3,050 


UNIT 

QUANTITY 

COST 

TOTAL 

170 

6.00 

1,020 

2 

100.00 

200 

1 

75.00 

75 

1 

50.00 

50 

170 

3.40 

578 

2 

300.00 

600 

$ 

2,523 
530 

$ 

3,053 

WEST  CANTON  STREET  (From  Columbus  Avenue  to  Warren  Avenue) 

INTERIOR  (SE  11-1  &  4) 

Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L„F.  130 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $1,470 


435.00 
6,00 


435 

780 
$      1,215 

255 
$      1,470 


WEST  DEDHAM  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 

INTERIOR  (SE  11-4) 

Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,  In  Place  L.F„ 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  5,430 


4 

420 

1 

3 


435.00 

1,740 

6,00 

2,520 

75.00 

15 

50.00 

150 

$      4,485 

942 

$     5,427 
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WEST  HAVEN  STREET  (From  Newland  Street  to  550'  West,  between  West  Newton  Street  and 

Rutland  Street) 

INTERIOR  (SE  11-4) 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

L„F, 

440 

6.00 

2,640 

Each 

1 

100.00 

100 

Each 

3 

75.00 

225 

L.F. 

440 

3.40 

1,496 

Lateral  Conduit  and  Cable,   In  Place 

New  Luminaire  Only 

Junction  Box 

Pavement  Removed  and  Replaced 

Remove  and  Reset  Standard-Type  "  D-Z" 

with  New  Luminaire  Each  3  300.00  900 

$     37361 
Contingencies,  Unit  Cost  Increase,  Engineering-21  %  1,126 

$      6,487 
USE  $6,490 


WEST  NEWTON  STREET  (From  South  End  Bypass  to  Columbus  Avenue) 


Each 

5 

435.00 

2,175 

L.F. 

380 

6.00 

2,280 

Each 

2 

75.00 

150 

Each 

3 

50,00 

150 
$     4,755 

-21  % 

999 
$     5,754 

INTERIOR  (SE  11-1  &  4) 

Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  5,750 

WEST  NEWTON  STREET  (From  Showmut  Avenue  to  Washington  Street) 

INTERIOR  (SE    11-4) 

Standard  with  Single  Luminaire,  In  Place  Each  3 

Lateral  Conduit  and  Cable,  In  Place  L.F.  240 

Junction  Box  Each  2 

Connection  to  Edison  Conduit  Each  1 

Pavement  Removed  and  Replaced  L.F.  240 

Contingencies,  Unit  Cost  Increase,  EngIneerIng-21  % 

USE  $4,560 
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435.00 

1,305 

6.00 

1,440 

75.00 

150 

50.00 

50 

3.40 

820 

$ 

3,765 
791 

$■ 

4,556 

WEST  NEWTON  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 
INTERIOR  (SE    11-4) 


UNIT 

Standard  with  Single  Luminaire,   In  Place  Each 

Lateral  Conduit  and  Cable,   In  Place  L.F„ 

Junction  Box  Each 

Connection  to  Edison  Conduit  Each 

Pavement  Removed  and  Replaced  L.F„ 

Contingencies,  Unit  Cost  Increase,  Engineering-?!  % 

USE  $  10,710 


UNIT 

QUANTITY 

COST 

TOTAL 

7 

435.00 

3,045 

570 

6.00 

3,420 

4 

75.00 

300 

3 

50.00 

150 

570 

3.40 

1,940 

$' 

8,S55 
1,860 

r 

10,715 

WEST  NEWTON  STREET  (From  Columbus  Avenue  to  Tremont  Street ) 
INTERIOR  (SE  11-4) 


Standard  with  Single  Luminaire,  In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Pavement  Removed  and  Replaced 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  10,640 


Each 

7 

435.00 

3,045 

L.F. 

600 

6.00 

3,600 

Each 

4 

75.00 

300 

Each 

3 

50.00 

150 

L.F. 

500 

3.40 

1,700 

$      8,795 

1,847 

$    10,642 


WEST  RUTLAND  SQUARE  (From  South  End  Bypass  to  Columbus  Avenue) 
INTERIOR  (SE  11-4) 


Lateral  Conduit  and  Cable,   In  Place 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $3,360 


L.F. 

280 

6.00 

1,680 

Each 

2 

75.00 

150 

Each 

1 

50.00 

50 

Each 

3 

300.00 

r 

90C 
2,780 

-21  % 

$' 

584 
3,364 
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WINDSOR  STREET  (From  Cabot  Street  to  Shawmut  Avenue) 


INTERIOR  (SE  11-6) 


Standard  with  Single  Luminaire,   In  Place 
Lateral  Conduit  and  Cable,  In  Place 
Junction  Box 
Connection  to  Edison  Conduit 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  9,660 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Each 

7 

435.00 

3,045 

L.F. 

760 

6.00 

4,560 

Each 

1 

75.00 

75 

Each 

6 

50.00 

r 

300 
7,980 

-21% 

r 

1,676 
9,656 

WORCESTER  STREET  (From  Tremont  Street  to  350'  West) 


INTERIOR  (SE  11-4) 

New  Luminaires,  Only 
Junction  Box 

Connection  to  Edison  Conduit 
Remove  and  Reset  Standard- Type  "B" 
with  New  Luminaire 


Eoch 
Each 
Each 

Each 


Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  1,570 


2 

100.00 

200 

2 

75,00 

150 

1 

50.00 

50 

3 

300 o 00 

900 

$ 

1,300 
273 

$      1,573 


WORCESTER  STREET  (From  Tremont  Street  to  Shawmut  Avenue) 
INTERIOR  (SE  11-4  &  7) 

New  Luminaire  Only  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  730 


100.00 


600 


600 
126 


726 
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WORCESTER  STREET  (From  Shawmut  Avenue  to  Washington  Street) 
INTERIOR  (SE  11-7) 


UNIT 
New  Luminaire  Only  Each 

Contingencies,  Unit  Cost  Increase,  Engineering-21  % 

USE  $  240 

YARMOUTH  STREET  (From  South  End  Bypass  to  Columbus  Avenue) 

INTERIOR  (SE  11-1) 

Lateral  Conduit  and  Cable,  in  Place 
Connection  to  Edison  Conduit 
Remove  and  Reset  Standard-Type  "B" 
with  New  Luminaire 

Contingencies,  Unit  Cost  Increase,  Engineerinr—21  % 

USE  $3,380 


UNIT 

QUANTITY 

COST 

TOTAL 

2 

100.00 

200 

$ 

200 
42 

$■ 

242 

L.F„ 

290 

6«00 

1,740 

Each 

3 

50.00 

150 

Each 

3 

300 0 00 

$ 

900 
2,790 

21% 

586 

S      3,376 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:    FINAL  PROJECT  REPORT 
PROJECT  NO.    MASS,  R-56 

SOUTH  END  PROJECT 

BOSTON  REDEVELOPMENT  AUTHORITY 

BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  STREET  AND  PARK  LIGHTING  -  UNIT  COSTS 


CODE  NO.  R-224    (4) 


STANDARD  -  SINGLE  LUMINAIRE 


UNIT 


QUANTITY 


UNIT 
COST 


TOTAL 


Standard  -  In  Place 

Luminaires  Unitized  150-450  Watt  MV 

(Built-in  Ballast  and  Photo-Cell) 
Lamp  Bracket  -  6  Ft. 
Cable  2  '^lO  -  Lamp  Lead 
Quarter  Bend 


Each 


225.00       225.00 


Each 

1 

150.00 

150.00 

Each 

1 

40.00 

40.00 

L.F. 

30 

0.30 

9.00 

Each 

1 

8.00 

8.00 

$432.00 


USE  $435.00    EACH 


STANDARD  -DOUBLE  LUMINAIRE 

Standard  -  In  Place 

Each 

1 

225.00 

225.00 

Luminaires  Unitized  150-450  Watt  MV 

(Built-in  Ballast  and  Photo-Cell) 

Each 

2 

150.00 

300.00 

Lamp  Bracket 

Each 

2 

40.00 

80.00 

Cable  2  *10  -  Lamp  Lead 

L.F. 

30 

0.30 

9.00 

Quarter  Bend 

Each 
USE  $625.00    EACH 

1 

8.00 

8.00 
$622.00 

MAIN  CONDUIT  AND  CABLE 

Conduit  4"  Fiber-Encased  in  Concrete 
Cable  3  *>2  RandL-  Main 
Trenching  and  Backfilling 


L.F. 

1 

6.00 

6.00 

L.F. 

1 

3.00 

3.00 

L.F. 

1 

.75 

.75 
S9.75 

USE  $10.00    PER  LF 
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LATERAL  CONDUIT  AND  CABLE 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Conduit  1   1/2"  Wl 

L.F. 

1 

4.00 

4.00 

Cable  2  *6  RandL  -Lateral 

L.F. 

1 

1.00 

1.00 

Trenching  and  Backfilling 

L.F. 

USE  $6.00  PERLF 

1 

.75 

.75 
$5.75 

PAVEMENT  REMOVED  AND  REPLACED 

Excavation  of  Pavement 

S.Y. 

0.25 

1.50 

.38 

Temporary  Pavement 

S.Y. 

0.25 

2.00 

.50 

Permanent  Pavement 

S.Y. 

USE  $3.40  PER  LP 

0.25 

10.00 

2.50 
$3.38 
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BOSTON  PUBLIC  LIBRARY 


3  9999  06315  799  2 
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ject  ImproveiT'ents.      Part  I.     Vol. 
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